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PROBING DHS’S BOTCHED MANAGEMENT OF 
THE HUMAN RESOURCES INFORMATION 
TECHNOLOGY PROGRAM 


Thursday, February 25, 2016 

U.S. House of Representatives, 

Subcommittee on Oversight and 
Management Efficiency, 
Committee on Homeland Security, 

Washington, DC. 

The subcommittee met, pursuant to call, at 10:08 a.m., in Room 
311, Cannon House Office Building, Hon. Scott Perry [Chairman of 
the subcommittee] presiding. 

Present: Representatives Perry, Carter, Loudermilk, Watson 
Coleman, Richmond, and Torres. 

Mr. Perry. Good morning. The Committee on Homeland Security 
Subcommittee on Oversight and Management Efficiency will come 
to order. 

The purpose of this hearing is to examine mismanagement of 
DHS’s Human Resources Information Technology program. The 
Chair recognizes himself for an opening statement. 

The Department of Homeland Security, or DHS, was created in 
2002 to unify our Government’s efforts to secure America and im- 
prove coordination, management, and information sharing across 
numerous Federal agencies. DHS has become the third-largest Fed- 
eral department with over 240,000 employees. 

Twelve years ago, DHS began a program to consolidate and up- 
date fragmented human capital systems and processes known as 
the Human Resources Information Technology program, or HRIT. 
While ostensibly well-intended, this inevitably became a disjointed 
approach and compromised DHS’s ability to effectively perform its 
mission. 

For example, the lack of an efficient hiring process jeopardized 
DHS’s ability to hire the skilled personnel necessary to provide dis- 
aster response. 

In 2010, DHS’s Office of Inspector General reported that HRIT 
had failed to achieve any meaningful progress. In fact, in 2011, 
DHS identified over 400 human capital systems and applications 
still in use simultaneously for 22 agencies — 400 human capital sys- 
tems in use simultaneously. It is breathtaking. I just had to em- 
phasize it. 

In a report being released today, the Government Accountability 
Office, the GAO, found that after 12 years and at least $180 million 
appropriated by the United States Congress, DHS is no closer to 
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improving its human capital management; 95 percent — 95 per- 
cent — of the key HRIT strategic projects have not been completed, 
many were to be done 4 years ago. Yet today, DHS has absolutely 
no idea when or if these projects will be finished. 

HRIT is a poster child for inept management, in my opinion. 
Senior leaders on the Executive Steering Committee responsible for 
overseeing the work met only once — only once — in almost 2 years. 

Listen, folks, I don’t call that commitment. I don’t know if you 
do, but I don’t call that commitment. 

DHS didn’t maintain a schedule to know when projects would be 
done. Officials failed to estimate the total costs of HRIT and failed 
to track how much has been spent to date. So no suspense, no 
deadline, and we have no idea where the taxpayers’ money went. 

I mean, pause to think about that. DHS has no idea how $180 
million appropriated by the people’s representatives in Congress 
has been spent. It is reprehensible, it is unbelievable, it is unac- 
ceptable. If businesses managed their budgets this way, they would 
be out of business. If households, if anybody, if individuals, nobody 
does this and gets away with it. 

As a result of this botched management, DHS’s systems remain 
outdated, inefficient, and at high risk to future waste. Of particular 
concern is DHS’s inadequate progress in managing how employees 
separate or off-board from the agency, which leaves the Depart- 
ment at high risk of security infractions. 

Given the recent hack of DHS employee data, a poor off-boarding 
process makes DHS vulnerable to cyber threats, as well as physical 
breaches at DHS facilities, which threatens employees, threatens 
Americans, threatens sensitive information. 

Despite these failures, DHS says it has made progress in consoli- 
dating its performance management and learning system, or 
PALMS, to track training for employees and maintain performance 
information on its workforce. 

The Department praised its efforts to consolidate these systems 
as a success story in a report required by legislation passed by this 
subcommittee that was signed into law last year. 

Far from it, GAO found that implementation of PALMS remains 
a jumble with some components implementing PALMS, some not 
and others only implementing part of the system. 

DHS was again reckless with taxpayer money by not fully esti- 
mating the costs, tracking total costs, developing a sufficient sched- 
ule, or monitoring risks to the project. 

DHS will have to continue to use cumbersome, time-consuming 
and, in 2016, paper-based processes to manage the performance 
and training of its workforce. Without a more robust process for 
documenting employee performance, managers face significant hur- 
dles in removing poor performers, if that ever happens at all. 

I appreciate the hard work of our watchdogs at GAO to bring 
these issues to light. 

Mr. Fulghum and Ms. Bailey, personally, you know this, right, 
I am outraged on behalf of the citizens that I represent, on behalf 
of all the American taxpayers, by the ineptitude laid out in this re- 
port. DHS violates the trust of the taxpayers when it doesn’t know 
how hundreds of millions of tax dollars are spent and have vir- 
tually nothing to show for it. 
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Undoubtedly, we will hear your plans to fix the mess and imple- 
ment GAO’s 14 — 14, not 3 or 2 — 14 recommendations. But I also 
want to know and everybody wants to know, who has been and 
who will be held accountable for this failure? I mean, we wonder, 
who is in charge? If somebody is in charge, how can somebody not 
be held accountable? 

The American people expect better, we demand and require bet- 
ter from DHS 14 years after its creation. We understand it is not 
easy. We understand. I have watched businesses go through the 
transition process to SAP. Has anybody ever heard of PeopleSoft? 
Not to just, you know, name some names. It is difficult, but they 
get through it and they don’t take decades to do it, and they move 
on. It is not perfect, but they have something to show for it. 

[The statement of Mr. Perry follows:] 

Statement of Chairman Scott Perry 
February 25, 2016 

The Department of Homeland Security (DHS) was created in 2002 to unify our 
Government’s efforts to secure America and improve coordination, management, and 
information sharing across a multitude of Federal agencies. DHS has become the 
third largest Federal department with over 240,000 employees. Twelve years ago, 
DHS began a program to consolidate and update fragmented human capital systems 
and processes known as the Human Resources Information Technology program 
(HRIT). This disjointed approach compromised DHS’s ability to effectively perform 
its mission. For example, the lack of an efficient hiring process jeopardized DHS’s 
ability to hire the skilled personnel necessary to provide disaster response. In 2010, 
DHS’s Office of Inspector General reported that HRIT had failed to achieve any 
meaningful progress; in fact, in 2011, DHS identified over 400 human capital sys- 
tems and applications still in use. 

In a report being released today, the Government Accountability Office (GAO) 
found that after 12 years and at least $180 million appropriated by Congress, DHS 
is no closer to improving its human capital management; 95 percent of the key 
HRIT strategic projects have not been completed — many were to be done 4 years 
ago. Yet today, DHS has no idea when or if these projects will be finished. HRIT 
is a poster child for inept management: 

• Senior leaders on the Executive Steering Committee responsible for overseeing 
the work met only once in almost 2 years; 

• DHS didn’t maintain a schedule to know when projects would be done; and 

• Officials failed to estimate the total costs of HRIT and failed to track how much 
has been spent to date. 

Let’s pause to think about this; DHS has no idea how $180 million appropriated 
by the people’s representatives in Congress have been spent, which is reprehensible 
and unacceptable. If businesses managed their budgets this way, they would be out 
of business. As a result of this botched management, DHS’s systems remain out- 
dated, inefficient, and at high risk to future waste. Of particular concern is DHS’s 
inadequate progress in managing how employees separate, or “off-board,” from the 
agency, which leaves the Department at high risk of security infractions. Given the 
recent hack of DHS employee data, a poor off-boarding process makes DHS vulner- 
able to cyber threats, as well as physical breaches at DHS facilities, which threatens 
employees and sensitive information. 

Despite these failures, DHS says it has made progress in consolidating its per- 
formance management and learning system — PALMS — to track training for employ- 
ees and maintain performance information on its workforce. The Department 
praised its efforts to consolidate these systems as a “success story” in a report re- 
quired by legislation passed by this subcommittee that was signed into law last 
year. Far from it, GAO found that implementation of PALMS remains a jumble with 
some components implementing PALMS, some not, and others only implementing 
part of the system. DHS was again reckless with taxpayer money by not fully esti- 
mating the costs, tracking total costs, developing a sufficient schedule, or monitoring 
risks to the project. DHS will have to continue to use cumbersome, time-consuming, 
and paper-based processes to manage the performance and training of its workforce. 
Without a more robust process for documenting employee performance, managers 
face significant hurdles in removing poor performers. 
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I appreciate the hard work of our watchdogs at GAO to bring these issues to light. 
Mr. Fulghum and Ms. Bailey, I’m outraged hy the ineptitude laid out in this report. 
DHS violates the trust of the teixpayer when it doesn’t know how hundreds of mil- 
lions of taxpayer dollars are spent. Undoubtedly, we’ll hear your plans to fix this 
mess and implement GAO’s 14 recommendations; but I also want to know who has 
been and will be held accountable for this failure. The American people expect bet- 
ter from DHS 14 years after its creation. 

Mr. Perry. With that, the Chair now recognizes the Ranking Mi- 
nority Member of the subcommittee, the gentlelady from New Jer- 
sey, Mrs. Watson Coleman, for her statement. 

Mrs. Watson Coleman. Thank you, Mr Perry. Thank you for 
holding this committee meeting today. 

Thank you all for being here. 

The report on HRIT released today by the Government Account- 
ability Office makes clear that after more than a decade of sus- 
tained investment in HRIT, the program has provided virtually 
none of the capabilities that DHS leaders initially hoped the pro- 
gram would yield. 

The absence of the management tools expected from HRIT has 
created real gaps in human resource management at DHS. 

GAO’s new report on HRIT and previous reviews of DHS’s man- 
agement have found that a combination of fragmented, duplicative 
and paper-based personnel information systems have resulted in 
high administrative costs, shortfalls in employee skills or numbers, 
great difficulty in strategic management of human capital across 
DHS and potential violations of DHS’s security policies. 

A recent report prepared by DHS for Congress, required under 
a law reported from the committee last year, echoes these same 
concerns. It leads me to wonder how many times DHS has had to 
improvise to fill gaps that are left by HRIT’s failures to date. 

Two reports issued last month by the Department’s own inspec- 
tor general underscore the toll taken by HRIT shortcomings. One 
of these reports notes that the Department will not complete imple- 
mentation of a Performance and Learning Management System, 
PALMS, developed as part of HRIT, until 2017. The IG finds that 
without PALMS operating at full capacity, DHS lacks an effective 
governance structure for training and oversight. 

Information I have read indicates that some of the components 
are resistant to even using PALMS, so I need to understand how 
you are addressing that issue, if that is true. 

In another January 2016 report, the DHS IG raises several con- 
cerns with regard to the $1.2 billion HR access contract awarded 
by the TSA in 2008 to support the recruitment and hiring of the 
workforce responsible for the security of the traveling public in the 
United States. The IG notes that TSA will award a similar contract 
with performance starting next year. 

Ms. Bailey, I realize that DHS Chief Information Officer Luke 
McCormack has taken charge of the HRIT investment. But as a 
representative of DHS human capital managers left empty-handed 
by HRIT, I very much hope that you will make clear how the De- 
partment plans to recover from HRIT’s performance to date and to 
reinvigorate human resource management at DHS. 

Having said that, gaps in management capability and risks asso- 
ciated with these gaps don’t just happen by accident. 
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Mr. Fulghum, we respect your distinguished service to your coun- 
try for almost 3 decades in uniform and as a leader in the Depart- 
ment’s management directorate since October 2012. Nevertheless, 
I feel compelled to tell you that the Department’s HRIT experience 
must impress upon you and other DHS leaders that acquisition 
management has to improve demonstrably for programs at all 
phases of the acquisition life cycle and it must do so now. 

The Department’s responsibility to steward public resources, 
even as DHS protects the American people, demands no less. 

Mr. Fulghum, I cannot understand how the Department will con- 
tinue a complex, multi-million-dollar acquisition for more than a 
decade without a current schedule, a validated estimate of life-cycle 
costs, a complete accounting of costs incurred, or the assurance 
that the planning document for HRIT reflects the Department’s 
current priorities and goals. 

Mr. Chairman, on this past Tuesday, the House passed the DHS 
Acquisition Documentation Integrity Act of 2016 which I intro- 
duced earlier this month. The bill’s language codifies best practices 
already embodied in DHS’s acquisition policy and builds upon an 
acquisition decision memorandum issued in April 2015 to ensure a 
regular, transparent reporting of acquisition programs’ perform- 
ance to DHS leadership and to Congress. 

Mr. Chairman, as we have seen in the case of HRIT, anything 
less than an up-to-date acquisition documentation increases the 
odds of cost and schedule overruns, risks delayed delivery of critical 
capabilities and depletes resources needed to address future re- 
quirements. 

Congress and the Department simply cannot allow GAO’s latest 
report on HRIT or this hearing to fade into a background already 
overpopulated with other reports and hearings on poor manage- 
ment at DHS. On so many levels, the American people cannot af- 
ford that. 

With that, Mr. Chairman, I yield back my time. 

[The statement of Ranking Member Watson Coleman follows:] 

Statement of Ranking Member Bonnie Watson Coleman 
February 25, 2016 

Today, the subcommittee meets to respond to a serious management challenge 
facing the Department of Homeland Security — specifically, how does DHS build and 
maintain the large, complex workforce needed to keep Americans safe? When the 
Department began its operations in the wake of September 11, it was the largest 
reorganization of the U.S. Government since the end of World War H. 

Aware that the Department’s critical work would require something on the scale 
of today’s DHS — with 240,000 employees working in 16 operating and support com- 
ponents — leaders within and across these functions knew they would need tools for 
the full range of activities involved in managing people in an organization of the 
Department’s scale and scope. 

To put management of the new Department’s workforce on a solid footing, DHS 
initiated the Human Resource Information Technology or “HRIT” investment in 
2003. The report on HRIT released today by the Government Accountability Office 
makes clear that after more than a decade of sustained investment in HRIT, the 
program has provided virtually none of the capabilities that DHS leaders initially 
hoped the program would yield. 

'The absence of the management tools expected from HRIT has created real gaps 
in human resource management at DHS. GAO’s new report on HRIT and previous 
reviews of DHS management have found that a combination of fragmented, duplica- 
tive, and paper-based personnel information systems have resulted in high adminis- 
trative costs, shortfalls in employee skills or numbers, great difficulty in strategic 
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management of human capital across DHS, and potential violations of DHS security 
policies. A recent report prepared by DHS for Congress — required under a law re- 
ported from this committee last year — echoes these same concerns. 

It leaves me to wonder how many times DHS has had to improvise to fill gaps 
left by HRIT’s failures to date. Two reports issued last month by the Department’s 
own Inspector General underscore the toll taken by HRIT’s shortcomings: 

One of these reports notes that the Department will not complete implementation 
of a Performance and Learning Management System (PALMS) developed as part of 
HRIT until 2017. The IG finds that without PALMS operating at full capacity, DHS 
lacks an effective governance structure for training oversight. 

In another January 2016 report, the DHS IG raises several concerns with regard 
to the $1.2 billion “HR Access” contract, awarded by the Transportation Security 
Administration in 2008, to support the recruitment and hiring of the workforce re- 
sponsible for the security of the traveling public in the United States. The IG notes 
that TSA will award a similar contract, with performance starting next year. 

Ms. Bailey, I realize that DHS Chief Information Officer Luke McCormack has 
taken charge of the HRIT investment. But as the representative of DHS human cap- 
ital managers left empty-handed by HRIT, I very much hope that you will make 
clear how the Department plans to recover from HRIT’s performance to date, and 
to reinvigorate human resource management at DHS. 

Having said that, gaps in management capability and the risks associated with 
these gaps don’t just happen by accident. 

Mr. Fulghum, we respect your distinguished service to your country for almost 3 
decades in uniform, and as a leader in the Department’s management directorate 
since October 2012. 

Nevertheless, I feel compelled to tell you that the Department’s HRIT experience 
must impress upon you and other DHS leaders that acquisition management has 
to improve, demonstrably, for programs at all phases of the acquisition life cycle — 
and it must do so now. The Department’s responsibility to steward public resources, 
even as DHS protects the American people, demands no less. 

Mr. Fulghum, I cannot understand how the Department would continue a com- 
plex, multimillion-dollar acquisition for more than a decade without a current sched- 
ule, a validated estimate of life-cycle costs, a complete accounting of costs incurred, 
or the assurance that the planning document for HRIT reflects the Department’s 
current priorities and goals. 

Mr. Chairman, on this past Tuesday, the House passed the “DHS Acquisition Doc- 
umentation Integrity Act of 2016,” which I introduced earlier this month. The bill’s 
language codifies best practices already embodied in DHS acquisition policy, and 
builds upon an Acquisition Decision Memorandum issued in April 2015 to ensure 
regular, transparent reporting of acquisition programs’ performance to DHS leader- 
ship and Congress. 

Mr. Chairman, as we’ve seen in the case of HRIT, anything less than up-to-date 
acquisition documentation increases the odds of cost and schedule overruns; risks 
delayed delivery of critical capabilities; and depletes resources needed to address fu- 
ture requirements. 

Congress and the Department simply cannot allow GAO’s latest report on HRIT 
or this hearing to fade into a background already overpopulated with other reports 
and hearings on poor management at DHS. On so many levels, the American people 
cannot afford that. 

Mr. Perry. The Chair thanks the gentlelady. 

Other Members of the subcommittee are reminded that opening 
statements may be submitted for the record. 

[The statement of Ranking Member Thompson follows:] 

Statement of Ranking Member Bennie G. Thompson 

It is not shocking that the subject of today’s hearing is another acquisition failure 
at the Department. The Government Accountability Office has found that DHS has 
made little progress in implementing its Human Resources Information Technology 
Investment (HRIT). HRIT was created to consolidate, integrate, and modernize the 
Department’s information technology infrastructure that supports human resources. 

It is no secret that DHS has been plagued with acquisition failures. This com- 
mittee, in a bipartisan fashion, has exercised vigorous oversight over DHS acquisi- 
tions. The committee has also produced bipartisan legislation on DHS acquisitions. 
Just this week, the House passed more common-sense legislation to reform DHS ac- 
quisitions. H.R. 4398, authored by the Ranking Member of this subcommittee, re- 
quires regular reporting on the progress of DHS acquisitions to Congress. What I 
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do find appalling is that the Department official ultimately responsible for hoth ac- 
quisition and human resource management at DHS is not appearing today. 

Under Secretary Deyo, the under secretary for management, has not appeared be- 
fore the committee since assuming his duties at DHS. Even though the Government 
Accountability Office has noted that management challenges at DHS are among the 
most serious programmatic risks facing the U.S. Government, the under secretary 
is not here to address GAO’s findings or receive questions from Members. 

Today’s hearing involves significant concerns with respect to the management of 
DHS personnel, information technology, and acquisition actions all of which fall 
squarely within the under secretary’s responsibilities. The Department’s poor per- 
formance on the Office of Personnel Management’s Federal Employee View Point 
Survey underscores DHS’s human capital management challenges. Additionally, 
GAO introduced a new high-risk area for DHS in its high-risk update focused on 
“Improving the Management of IT Acquisitions and Operations”. 

Unfortunately, the Department’s HRIT investment provides a glaring case-in- 
point: GAO’s report on HRIT provides the following box score for the program — after 
more than 12 years of sustained investment, no validated program baselines; uncer- 
tainty about the validity of requirements; virtually no capabilities fully delivered; 
and no complete accounting of program costs to date. 

Finally, GAO’s report finds that an executive steering committee for HRIT — com- 
posed of senior DHS officials — met only once between September 2013 and June 

2015. This committee has seen too many cases of poor program discipline at DHS 
translating into acquisition programs beset by cost overruns and schedule delays. 
Mr. Chairman, I hope that today’s hearing offers a full record of the lapses that 
have left HRIT in its current predicament. I also hope that our witnesses will also 
explain the Department’s plan to recover value from the HRIT investment, and to 
reform DHS acquisition management. 

Mr. Perry. We are pleased to have a distinguished panel of wit- 
nesses before us today. The witnesses’ entire written statements 
will appear in the record. 

The Chair will introduce all of the witnesses first and then recog- 
nize each of you for your testimony. 

Ms. Carol Cha is director of the information technology acquisi- 
tion management issues at the Government Accountability Office, 
the GAO. In this position, Ms. Cha oversees GAO’s evaluation of 
information technology programs across the Federal Government. 
Ms. Cha is a member of the Senior Executive Service and joined 
GAO in 2002. 

Welcome. 

The honorable Chip Fulghum is the deputy under secretary for 
management and chief financial officer for the Department of 
Homeland Security. Mr. Fulghum joined DHS in October 2012 as 
its budget director. Prior to joining the Department, Mr. Fulghum 
served for 28 years in the United States Air Force, retiring with 
the rank of colonel. 

Thank you for your service, sir. 

Ms. Angela Bailey is the chief human capital officer for the De- 
partment of Homeland Security. Prior to joining DHS in January 

2016, Ms. Bailey was the chief operating officer at the Office of 
Personnel Management. Ms. Bailey has almost 35 years of public 
service with more than 25 years in human resources. 

Thank you for your service, Ms. Bailey. 

Thank you all for being here today. The Chair recognizes Ms. 
Cha for her opening statement. 
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STATEMENT OF CAROL R. CHA, DIRECTOR, INFORMATION 

TECHNOLOGY ACQUISITION MANAGEMENT ISSUES, U.S. 

GOVERNMENT ACCOUNTABILITY OFFICE 

Ms. Cha. Thank you, Mr. Chairman. Mr. Chairman, Ranking 
Member Watson Coleman and Members of the subcommittee, 
thank you for inviting us to testify today on DHS’s human re- 
sources IT investment. 

As requested, I will briefly summarize the findings from our re- 
port, completed at your request on this very important IT acquisi- 
tion. 

DHS’s human resources environment includes at least 422 frag- 
mented systems and applications as well as duplicative and paper- 
based processes. HRIT was initiated in 2003 to consolidate, inte- 
grate, and modernize this infrastructure across the Department 
and its components. 

The objective of this investment is to enable complete visibility 
of all employees in order to strategically manage the workforce and 
best deploy people in support of homeland security missions. 

The enterprise-wide business capabilities expected to be deliv- 
ered under HRIT includes end-to-end hiring, payroll action proc- 
essing, training and performance management, among many oth- 
ers. Unfortunately, this investment has largely been neglected and 
the Department has not come close to fulfilling this objective. 

This morning I would like to highlight 3 key points from our re- 
port. 

First, the lack of progress made to implement HRIT. While DHS 
initiated HRIT in 2003, the Department redefined its scope and im- 
plementation time frames in 2011. In particular, DHS identified 15 
business capabilities to be improved and planned for the vast ma- 
jority of them to be implemented by June 2015. 

As of November 2015, only 1 has been fully implemented, 5 are 
partially complete and work has yet to begin on the remaining 9. 
Furthermore, the current expected completion dates for these 14 
open ones are unknown. 

Additionally, HRIT has made limited progress in achieving key 
performance targets outlined in its strategic plan for fiscal year 

2012 through 2016. HRIT is expected to reduce component-specific 
services by 46 percent. It is also expected to increase Department- 
wide services by 38 percent. However, since 2012, HRIT has 
achieved improvements in each of these target areas by only 8 per- 
cent. 

Second, DHS’s lack of executive oversight. The HRIT Executive 
Steering Committee, which is the investment’s core oversight body, 
was minimally involved for nearly 2 years, meeting only once from 

2013 through 2015 during a time when significant issues were oc- 
curring. 

For example, HRIT’s only on-going acquisition called the Per- 
formance and Learning Management System experienced years- 
long schedule delays and had 5 different program managers during 
this time. 

The lack of meetings resulted in key governance activities not 
being completed, such as the approval of the investment’s expendi- 
ture plan for fiscal year 2014 through 2019. 
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Additionally, the Steering Committee did not ensure HRIT had 
key management controls to effectively monitor performance and 
inform decisions. In particular, HRIT lacked a current integrated 
master schedule, a life-cycle cost estimate and an ability to track 
total actual costs incurred to date. 

More recently, the HRIT Executive Steering Committee met in 
June and October 2015 and DHS officials have indicated that the 
committee will meet quarterly moving forward. However, this will 
likely not be frequent enough to ensure effective delivery of the re- 
maining 14 capabilities. 

Given its state, we identified HRIT as one of a handful of major 
IT acquisitions across the Federal Government, in need of the most 
attention on GAO’s high-risk list. As such, the Department should 
rethink its decision and consider meeting on a monthly basis, an 
action consistent with its own policies for overseeing IT invest- 
ments designated as high-risk. 

Third, HRIT’s acquisition strategy, also known as the blueprint, 
may not reflect the Department’s current priorities and goals. The 
blueprint was issued over 4 years ago and has not been updated 
since. As such, the Department does not know whether the remain- 
ing 14 business capabilities are still valid and appropriately 
prioritized based on current mission needs. 

According to the Department, it is still committed to imple- 
menting the blueprint, but agree that it should be reevaluated. 
DHS expects to complete this and update the blueprint by the end 
of April 2016. 

In light of these issues, we made a total of 14 recommendations 
to address HRIT’s poor progress and ineffective management. Mov- 
ing forward, it will be critical for DHS to effectively implement 
them in order to improve HRIT outcomes and provide the Depart- 
ment with complete employee information necessary to more effec- 
tively carry out its mission. 

That concludes my statement and I look forward to addressing 
your questions. 

[The prepared statement of Ms. Cha follows:] 

Prepared Statement of Carol R. Cha 
February 25, 2016 

GAO HIGHLIGHTS 

Highlights of GAO-16-407T, a testimony before the Subcommittee on Oversight 
and Management Efficiency, Committee on Homeland Security, House of Represent- 
atives. 

Why GAO Did This Study 

DHS’s human resources information technology environment includes fragmented 
systems, duplicative and paper-based processes, and little uniformity of data man- 
agement practices, which according to DHS, are compromising the Department’s 
ability to effectively carry out its mission. DHS initiated HRIT in 2003 to consoli- 
date, integrate, and modernize DHS’s human resources information technology in- 
frastructure. In 2011, DHS redefined HRIT’s scope and implementation time frames. 

This statement summarizes GAO’s report that is being released at today’s hearing 
(GAO-16-253) on, among other objectives, the progress DHS has made in imple- 
menting the HRIT investment and how effectively it managed the investment. 

What GAO Recommends 

In its report that is being released today, GAO made 14 recommendations to DHS 
to, among other things, address HRIT’s poor progress and ineffective management. 
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For example, GAO recommended that the HRIT executive steering committee be 
consistently involved in overseeing and advising the investment, and that DHS es- 
tablish time frames for re-evaluating HRIT and develop a complete life-cycle cost 
estimate for the investment. DHS concurred with the 14 recommendations and pro- 
vided estimated completion dates for implementing each of them. 

HOMELAND SECURITY. — WEAK OVERSIGHT OF HUMAN RESOURCES INFORMATION 
TECHNOLOGY INVESTMENT NEEDS CONSIDERABLE IMPROVEMENT 

'What GAO Found 

The Department of Homeland Security (DHS) has made very little progress in im- 
plementing its Human Resources Information Technology (HRIT) investment over 
the last several years. This investment includes 15 improvement areas; as of No- 
vember 2015, DHS had fully implemented only 1. 


Status and Planned Completion Dates for Implementing the 15 Strategic Improvement Areas, 
as of November 2015 

Strategic improvement area 

Status 

Original planned 
completion* 

Current expected 
completion date 

1 Data management and sharing 

€> 

September 2014 

Unknown 

2 Performance measures tracking and 
reporting 

0 

December 2012 

Unknown 

3 Personnel action orocessina 

e 

September 2013 

UnkiKiwn 

4 Human resources document management 

c 

September 2014 

Unknown 

5 End>to-end h ring 

0 

December 2016 

Unknown 

6 Performance management 

c 

December 2012 

Unknown 

7 Off-boarding process 

0 

December 2012 

Unknown 

8 Policv ssuances and darif cation 

o 

Jime2015 

Unk/Kiwn 

9 Payrol acton processing 

c 

Jtme 2014 

Unknown 


0 

September 2012 

Unknown 

1 1 Knowledge marugement 

o 

December 2014 

Unknown 

12 Trainno 

0 

Jvme2015 

Unknown 

13. Communication ana collaboration among 
components 

o 

December 2012 

Unknotm 

14 On-board ng process 

0 

December 2012 

Unknown 

15 HRIT ntake process 

• 

December 201 1 

Implemented 

October 2011 


Key; *Fuiy i"np*e*neftefl •Pariaiy m^pefi^foe o yet started 
Source: anay%i ofoaSB oro^oedby DHS omcats | OAO-IShott 


HRIT’s limited progress was due in part to the lack of involvement of its executive 
steering committee — the investment’s core oversight and advisory body. Specifically, 
this committee was minimally involved with HRIT, such as meeting only once dur- 
ing a nearly 2-year period when major problems were occurring, including schedule 
delays and the lack of a life-cycle cost estimate. As a result, key governance activi- 
ties, such as approval of HRIT’s operational plan, were not completed. Officials ac- 
knowledge that HRIT should be re-evaluated. They have met to discuss it; however, 
specific actions and time frames have not yet been determined. Until DHS takes key 
actions to manage this neglected investment, it is unknown when its human capital 
management weaknesses will be addressed. 

Chairman Perry, Ranking Member Watson Coleman, and Members of the sub- 
committee: I am pleased to be here today to discuss the Department of Homeland 
Security’s (DHS) efforts to implement the Human Resources Information Technology 
(HRIT) investment. Since DHS was created in 2002 and merged 22 agencies into 
1 department with 8 components, its human resources environment has included 
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fragmented systems, duplicative and paper-based processes, and little uniformity of 
data management practices. According to DHS, these limitations in its human re- 
sources environment are compromising the Department’s ability to effectively and 
efficiently carry out its mission.^ To address these issues, DHS initiated HRIT in 
2003 to consolidate, integrate, and modernize the Department’s information tech- 
nology (IT) infrastructure that supports human resources. 

The information in my testimony is based on our report being released at today’s 
hearing on the results of our review of DHS’s implementation of HRIT.^ Specifically, 
my remarks today summarize key findings from that study, which: (1) Evaluated 
the progress DHS has made in implementing the HRIT investment and how effec- 
tively DHS managed the investment, (2) determined whether the Performance and 
Learning Management System (PALMS) — HRIT’s only on-going program — is being 
implemented enterprise-wide, and (3) evaluated the extent to which PALMS is im- 
plementing selected IT acquisition best practices. 

For our report, we, among other things, compared HRIT’s goals, scope, and imple- 
mentation time frames to the investment’s actual accomplishments. Additionally, we 
analyzed HRIT and PALMS documentation, such as program management briefings, 
the PALMS acquisition plan, and cost and schedule estimates, and compared them 
against relevant IT acquisition best practices identified by GAO, the Software Engi- 
neering Institute at Carnegie Mellon University, and the Project Management Insti- 
tute, Inc.3 More details on the objectives, scope, and methodology are provided in 
the report. The work on which this statement is based was conducted in accordance 
with generally accepted Government auditing standards. 

BACKGROUND 

According to DHS, the limitations in its human resources environment, which in- 
cludes fragmented systems and duplicative and paper-based processes, were compro- 
mising the Department’s ability to effectively and efficiently carry out its mission.'^ 
For example, according to DHS, the Department does not have information on all 
of its employees, which reduces its abilities to strategically manage its workforce 
and best deploy people in support of homeland security missions. Additionally, ac- 
cording to DHS, reporting and analyzing enterprise human capital data are cur- 
rently time-consuming, labor-intensive, and challenging because the Department’s 
data management largely consists of disconnected, stand-alone systems, with mul- 
tiple data sources for the same content. 

To address these issues, in 2003, DHS initiated the HRIT investment, which is 
intended to consolidate, integrate, and modernize the Department’s and its compo- 
nents’ human resources IT infrastructure. These components include U.S. Customs 
and Border Protection, the Federal Emergency Management Agency, the Federal 
Law Enforcement Training Center, U.S. Immigration and Customs Enforcement, 
the Transportation Security Administration, U.S. Citizenship and Immigration Serv- 
ices, the U.S. Coast Guard, and the U.S. Secret Service. 

HRIT is managed by DHS’s Human Capital Business Systems unit, which is with- 
in the Office of the Chief Human Capital Officer and has overall responsibility for 
HRIT. Additionally, the Office of the Chief Information Officer plays a key sup- 
porting role in the implementation of HRIT by reviewing headquarters’ and compo- 
nents’ human resources investments, identifying redundancies and efficiencies, and 
delivering and maintaining enterprise IT systems. 

From 2003 to 2010, DHS made limited progress on the HRIT investment, as re- 
ported by DHS’s inspector general.® This was due to, among other things, limited 
coordination with and commitment from DHS’s components. To address this prob- 
lem, in 2010 the DHS deputy secretary issued a memorandum emphasizing that 
DHS’s wide variety of human resources processes and IT systems inhibited the abil- 
ity to unify DHS and negatively impacted operating costs. Accordingly, the deputy 


^DHS, Human Capital Segment Architecture Blueprint, Version 1.0 (Aug. 9, 2011). 

2 GAO, Homeland Security: Oversight of Neglected Human Resources Information Technology 
Investment Is Needed, GAO-16—253 (Washington, DC: Feb. 11, 2016). 

^ GAO, GAO Cost Estimating and Assessment Guide: Best Practices for Developing and Man- 
aging Capital Program Costs, GAO-09— 3SP (Washington, DC: March 2009); GAO Schedule As- 
sessment Guide: Best Practices for Project Schedules, GAO— 16-89G (Washington, DC: Dec. 22, 
2015); Software Engineering Institute, Capability Maturity Model® Integration for Acquisition 
(CMMI-ACQ), Version 1.3 (Pittsburgh, PA: November 2010); and Project Management Institute, 
Inc., A Guide to the Project Management Body of Knowledge (PMBOK® Guide), Fifth Edition, 
(Newton Square, PA: 2013). “PMBOK” is a trademark of the Project Management Institute, Inc. 

'^DHS, Human Capital Segment Architecture Blueprint, Version 1.0 (Aug. 9, 2011). 

®DHS Office of Inspector General, Management Oversight and Component Participation Are 
Necessary to Complete DHS’ Human Resource Systems Consolidation Effort, OIG— 10-99 (Wash- 
ington, DC: July 1, 2010). 
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secretary memorandum prohibited component spending on enhancements to existing 
human resources systems or acquisitions of new solutions, unless those expenditures 
were approved by the offices of the chief human capital officer or chief information 
officer. The memorandum also directed these offices to develop a Department-wide 
human resources architecture. 

In 2011, in response to the deputy secretary’s direction, the Department developed 
a strategic planning document referred to as the Human Capital Segment Architec- 
ture blueprint, which redefined the HRIT investment’s scope and implementation 
time frames. As part of this effort, DHS conducted a system inventory and deter- 
mined that it had 422 human resources systems and applications, many of which 
were single-use solutions developed to respond to a small need or links to enable 
disparate systems to work together. DHS reported that these numerous, antiquated, 
and fragmented systems inhibited its ability to perform basic workforce manage- 
ment functions necessary to support mission critical programs. 

To address this issue, the blueprint articulated that HRIT would be comprised of 
15 strategic improvement opportunity areas (e.g., enabling seamless, efficient, and 
transparent end-to-end hiring) and outlined 77 associated projects (e.g., deploying 
a Department-wide hiring system) to implement these 15 opportunities. 

HRIT’s only on-going program is called PALMS and is intended to fully address 
the Performance Management strategic improvement opportunity area and its 3 as- 
sociated projects. PALMS is attempting to implement a commercial off-the-shelf 
software product that is to be provided as a service ® in order to enable, among other 
things, comprehensive enterprise-wide tracking, reporting, and analysis of employee 
learning and performance for DHS headquarters and its 8 components. Specifically, 
PALMS is expected to deliver the following capabilities: 

• Learning management . — The learning management capabilities are intended to 
manage the life cycle of learning activities for all DHS employees and contrac- 
tors. It is intended to, among other things, act as a gateway for accessing train- 
ing at DHS and record training information when a user has completed a 
course. Additionally, it is expected to replace 9 disparate learning management 
systems with 1 unified system. 

• Performance management . — The performance management capabilities are in- 
tended to move DHS’s existing primarily paper-based performance management 
processes into an electronic environment and capture performance-related infor- 
mation throughout the performance cycle (e.g., recording performance expecta- 
tions discussed at the beginning of the rating period and performance ratings 
at the end of it). 

Each component is responsible for its own PALMS implementation project, and 
is expected to issue a task order using a blanket purchase agreement that was es- 
tablished in May 2013 with an estimated value of $95 million.'^ The headquarters 
PALMS program management office is responsible for overseeing the implementa- 
tion projects across the Department. Additionally, the office of the chief information 
officer is the component acquisition executive responsible for overseeing PALMS.® 

In addition, according to DHS officials, as of September 2014, PALMS was ex- 
pected to address part of our High-Risk Series on strengthening DHS’s management 
functions.® Specifically, PALMS is intended to address challenges in integrating em- 
ployee training management across all the components, including centralizing train- 
ing and consolidating training data into 1 system. 


®For software provided as a service, a consumer uses a provider’s applications that are acces- 
sible from various client devices through an interface such as a web browser (e.g., web-based 
e-mail). The consumer does not manage or control the underlying infrastructure or the indi- 
vidual application capabilities. 

blanket purchase agreement is a method of filling anticipated repetitive needs for supplies 
or services by establishing “charge accounts” with qualified sources of supply. These agreements 
between agencies and vendors have terms in place for future use and agencies issue individual 
orders to fulfill requirements for goods and services as they arise; funds are obligated when or- 
ders are placed. 

®DHS classifies its acquisition programs into 3 levels to determine the extent and scope of 
required project and program management, the level of reporting requirements, and the acquisi- 
tion decision authority. Component acquisition executives are the senior acquisition officials 
within the components, responsible for, among other things, acting as the acquisition decision 
authority for Level 3 programs (including PALMS) and establishing component-level acquisition 
policy and processes. 

®GAO, High-Risk Series: An Update, GAO— 03— 119 (Washington, DC: Jan. 1, 2003). 
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DHS HAS MADE VERY LITTLE PROGRESS IN IMPLEMENTING HRIT; INVESTMENT LACKED 

EFFECTIVE MANAGEMENT 

DHS has made very limited progress in addressing the 15 strategic improvement 
opportunities and the 77 associated projects included in HRIT. According to the 
Human Capital Segment Architecture Blueprint, DHS planned to implement 14 of 
the 15 strategic improvement opportunities and 68 of the 77 associated projects by 
June 2015; and the remaining improvement opportunity and 9 associated projects 
by December 2016. However, as of November 2015, DHS had fully implemented only 
1 of the strategic improvement opportunities, which included 2 associated projects. 
Table 1 summarizes the implementation status and planned completion dates of the 
strategic improvement opportunities — listed in the order of DHS’s assigned pri- 
ority — as of November 2016. 


Table 1 : Status and Planned Completion Dates for Implementing the 15 Strategic Improvement Opportunities, as of November 
2015 


Strategic improvenient opportunity name 
(number of associated projects) 

Status 

Original planned 
completion date in 

Human Capital Segment 
Architecture Blueprint* 

Current expected 
completion date 

1. Data management and shanng (5) 

c 

September 2014 

Unknown 

2. Performance measures tracking and reporting (3) 

o 

December 2012 

Unknown 

3. Personnel action processing (10) 

e 

September 2013 

Unknown 

4. Human resources document management (8) 

c 

September 2014 

Unknown 

5- End-to-end hirif>g (9) 

o 

December 2016 

Unknown 

6. Performance management (3) 

c 

December 2012 

Unknown 

7. Off-b03rdir>g process (1) 

o 

December 2012 

Unknown 

6. Policy issuances and clarification (4) 

o 

June 2015 

Unknown 

9. Payroll action processing (6) 

c 

June 2014 

Unknown 

10. Human Resources Information Technology 
deployment process (4) 

o 

September 2012 

Unknown 

1 1 . Knowledge management (7) 

o 

December 2014 

Unknown 

12. Training (4) 

o 

June 2015 

Unknown 

13. Communication and collaboration among 
components (5) 

o 

December 2012 

Unknown 

14 On-boarding process (0) 

o 

December 2012 

Unknown 

15. Human Resources Information Technology intake 
process (2) 

• 

December 2011 

Implemented in October 
2011 


Key: 

ePitfy implementea. meaning that the objective of the opportunty area was met. 
c Partially implemented meaning that officials dentfied at least one project that was laiderway or 
complete related to the opportunity area, but did not report that the opportunty area was fully 
implemented. 

0 Not yet started, meaning that officials (M not denefy any projects that were unoerway or completed 
related to the opportunity area 

Souice: OiO viayM of AM D'evoedbj DHS amcjii | CMO-lSHOrr 

*These dates reflect the last month of the quarter n which the sirategc improvement opportunties 
were planned to be complete, as identihed n the Human Capital Segment Architecture Bluepnnt. 

DHS has partially implemented 5 of the other strategic improvement opportuni- 
ties, but it is unknown when they will be fully addressed. Further, HRIT officials 
stated that DHS has not yet started to work on the remaining 9 improvement op- 
portunities, and the officials did not know when they would be addressed. 

Additionally, DHS developed an HRIT strategic plan for fiscal years 2012 through 
2016 that outlined the investment’s key goals and objectives, including reducing du- 
plication and improving efficiencies in the Department’s human resources processes 
and systems. The strategic plan identified, among other things, 2 performance 
metrics that were focused on reductions in the number of component-specific human 
resources IT services provided and increases in the number of Department-wide 
HRIT services provided by the end of fiscal year 2016. 

However, DHS has also made limited progress in achieving these 2 performance 
targets. Figure 1 provides a summary of HRIT’s progress towards achieving its serv- 
ice delivery performance targets. 
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Figure 1: Human Resources Information Technology’s Progress towards Achieving 
Its Performance Targets, as of November 2015 

P«rc«frt 

100 

Focused on decreasing these services 


81% 



Component-specific U.S. Department of Homeland Securtty-wide 


Human Resources Information Technology services 

[ ] Baseline measure n 2012 

I I Measure as of Nowmbar 2015 

Petfortnance target far end of Cacai year 2016 

Sou'ta* OAO OTtMrfWk of data pro/tSHl by U S On y aib n ant cT Homafcaicl S a w rey oeic»a» QA^16-407T 


Key causes for DHS’s lack of progress in implementing HRIT and its associated 
strategic improvement opportunities include unplanned resource changes and the 
lack of involvement of the HRIT executive steering committee. These causes are dis- 
cussed in detail below: 

• Unplanned resource changes. — DHS elected to dedicate the vast majority of 
HRIT’s resources to implementing PALMS and addressing its problems, rather 
than initiating additional HRIT strategic improvement opportunities. Specifi- 
cally, PALMS — which began in July 2012 — experienced programmatic and tech- 
nical challenges that led to years-long schedule delays. For example, while the 
PALMS system for headquarters was originally planned to be delivered by a 
vendor in December 2013, as of November 2015, the expected delivery date was 
delayed until the end of February 2016 — an over 2-year delay. HRIT officials 
explained the decision to focus primarily on PALMS was due, in part, to the 
investment’s declining funding. However, in doing so, attention was con- 
centrated on the immediate issues affecting PALMS and diverted from the 
longer-term HRIT mission. 

• Lack of involvement of the HRIT executive steering committee. — The HRIT exec- 
utive steering committee — which is chaired by the Department’s under sec- 
retary for management and co-chaired by the chief information officer and chief 
human capital officer — is intended to be the core oversight and advisory body 
for all DHS-wide matters related to human capital IT investments, expendi- 


i*’ PALMS program management office officials attributed these slippages to multiple causes, 
including, among other things, the vendor’s commercial off-the-shelf system not meeting certain 
requirements that it was expected to meet, thereby requiring the vendor to customize the sys- 
tem to meet those requirements. As of November 2015, according to PALMS headquarters offi- 
cials, DHS had 483 baseline requirements, 32 of which needed customizations, and 5 of these 
32 requirements still needed to be fully addressed by the vendor. DHS expected these require- 
ments to be met by the end of February 2016. 
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tures, projects, and initiatives. In addition, according to the committee’s charter, 
the committee is to approve and provide guidance on the Department’s mission, 
vision, and strategies for the HRIT program. 

However, the executive steering committee only met once from September 2013 
through June 2015 — in July 2014 — and was minimally involved with HRIT for 
that almost 2-year period. It is important to note that DHS replaced its chief 
information officer (the executive steering committee’s co-chair) in December 
2013 — during this gap in oversight. Also during this time period HRIT’s only 
on-going program — PALMS — was experiencing significant problems, including 
schedule slippages and frequent turnover in its program manager position (i.e., 
PALMS had 5 different program managers during the time that the HRIT exec- 
utive steering committee was minimally involved). As a result of the executive 
steering committee not meeting, key governance activities were not completed 
on HRIT. For example, the committee did not approve HRIT’s notional oper- 
ational plan for fiscal years 2014 through 2019. Officials from the offices of 
the chief human capital officer and chief information officer attributed the lack 
of HRIT executive steering committee meetings and committee involvement in 
HRIT to the investment’s focus being only on the PALMS program to address 
its issues, as discussed earlier. However, by not regularly meeting and pro- 
viding oversight during a time when a new co-chair for the executive steering 
committee assumed responsibility and PALMS was experiencing such problems, 
the committee’s guidance to the troubled program was limited. 

More recently, the HRIT executive steering committee met in June and October 
2015, and officials from the offices of the chief human capital officer and chief 
information officer stated that the committee planned to meet quarterly going 
forward. However, while the committee’s charter specified that it meet on at 
least a monthly basis for the first year, the charter does not specify the fre- 
quency of meetings following that year. Furthermore, the committee’s charter 
has not been updated to reflect the increased frequency of these meetings. 

As a result of the limited progress in implementing HRIT, DHS is unaware of 
when critical weaknesses in the Department’s human capital environment will be 
addressed, which is, among other things, impacting DHS’s ability to carry out its 
mission. For example, the end-to-end hiring strategic improvement opportunity 
(which has an unknown implementation date) was intended to streamline numerous 
systems and multiple hand-offs in order to more efficiently and effectively hire ap- 
propriately skilled personnel, thus enabling a quicker response to emergencies, cata- 
strophic events, and threats. 

We recommended in our report that DHS’s Under Secretary for Management up- 
date the HRIT executive steering committee charter to establish the frequency with 
which the committee meetings are to be held, and ensure that the committee is con- 
sistently involved in overseeing and advising HRIT. DHS agreed with both of these 
recommendations and stated that the executive steering committee charter would 
be updated accordingly by the end of February 2016; and that by April 30, 2016, 
the under secretary plans to ensure that the committee is consistently involved in 
overseeing and advising HRIT. 

HRIT Lacked a Current Schedule, Life-Cycle Cost Estimate, and Cost Tracking 

According to the GAO Schedule Assessment Guide, a key activity in effectively 
managing a program and ensuring progress is establishing and maintaining a 
schedule estimate. Specifically, a well-maintained schedule enables programs to 
gauge progress, identify and resolve potential problems, and forecast dates for pro- 
gram activities and completion of the program. 

In August 2011, DHS established initiation and completion dates for each of the 
15 strategic improvement opportunities within the Human Capital Segment Archi- 
tecture Blueprint. Additionally, HRIT developed a slightly more detailed schedule 
for fiscal years 2014 through 2021 that updated planned completion dates for as- 
pects of some strategic improvement opportunities, but not all. 

However, DHS did not update and maintain either schedule after they were devel- 
oped. Specifically, neither schedule was updated to reflect that DHS did not imple- 
ment 13 of the 15 improvement opportunities by their planned completion dates — 
several of which should have been implemented over 3 years ago. HRIT officials at- 
tributed the lack of schedule updates to the investment’s focus shifting to the 
PALMS program when it started experiencing significant schedule delays. Without 


HRIT’s notional operational plan for fiscal years 2014 through 2019 identified the high-level 
projects and activities that HRIT planned to fund each year and the planned phase of each 
project (e.g., planning, acquisition, operations and maintenance). 

12GAO-16-89G. 
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developing and maintaining a current schedule showing when DHS plans to imple- 
ment the strategic improvement opportunities, DHS and Congress will be limited 
in their ability to oversee and ensure DHS’s progress in implementing HRIT. 

We recommended that the Department update and maintain a schedule estimate 
for when DHS plans to implement each of the strategic improvement opportunities. 
In response, DHS concurred with our recommendation and stated that, by April 30, 
2016, the DHS chief information officer will update and maintain a schedule esti- 
mate for each of the strategic improvement opportunities. 

HRIT Did Not Have a Life-Cycle Cost Estimate 
The Office of Management and Budget (0MB) requires that agencies prepare total 
estimated life-cycle costs for IT investments.'^® Program management best practices 
also stress that key activities in planning and managing a program include estab- 
lishing a life-cycle cost estimate and tracking costs expended.'"'^ A life-cycle cost esti- 
mate supports budgetary decisions and key decision points, and should include all 
costs for planning, procurement, and operations and maintenance of a program.'® 
Officials from the Office of the Chief Human Capital Officer stated tbat a draft 
life-cycle cost estimate for HRIT was developed, but that it was not completed or 
finalized because detailed projects plans for the associated projects had not been de- 
veloped or approved. According to the Human Capital Segment Architecture blue- 
print, the Office of the Chief Human Capital Officer roughly estimated that imple- 
menting all of the projects could cost up to $120 million. However, the blueprint 
specified that this figure did not represent the life-cycle cost estimate; rather it was 
intended to be a preliminary estimate to initiate projects. Without a life-cycle cost 
estimate, DHS has limited information about how much it will cost to implement 
HRIT, which hinders the Department’s ability to, among other things, make budg- 
etary decisions and informed milestone review decisions. 

Accordingly, we recommended that DHS develop a complete life-cycle cost esti- 
mate for the implementation of the HRIT investment. DHS agreed with our rec- 
ommendation and stated that, by June 30, 2016, the DHS chief information officer 
will direct development of a complete life-cycle cost estimate for the implementation 
of HRIT’s strategic improvement opportunities. 

DHS Did Not Track All Costs Incurred on HRIT 
According to CMMI-ACQ and the PMBOK® Guide, programs should track pro- 
gram costs in order to effectively manage the program and make resource adjust- 
ments accordingly. In particular, tracking and monitoring costs enables a program 
to recognize variances from the plan in order to take corrective action and minimize 
risk.'® 

However, DHS has not tracked the total actual costs incurred on implementing 
HRIT across the enterprise to date. Specifically, while the investment received line 
item appropriations for fiscal years 2005 through 2015 which totaled at least $180 
million,"' DHS was unable to provide all cost information on HRIT activities since 
it began in 2003, including all Government-related activities and component costs 
that were financed through the working capital fund, which, according to DHS offi- 
cials from multiple offices, were provided separately from the at least $180 million 
appropriated specifically to HRIT.'® Officials from the Office of the Chief Human 
Capital Officer attributed the lack of cost tracking to, among other things, the in- 
vestment’s early reliance on contractors to track costs, and said that the costs were 
not well-maintained nor centrally-tracked, and included incomplete component-pro- 
vided cost information. The components were also unable to provide us with com- 
plete information. 

Consequently, we recommended that the Department document and track all 
costs, including components’ costs, associated with HRIT. DHS concurred and stated 
that, by October 31, 2016, the DHS chief information officer will direct the HRIT 
investment to document and track all costs associated with HRIT. 


'®OMB, Fiscal Year 2016, Capital Planning Guidance (Washington, DC: May 2014). 

" CMMI— ACQ, Project Planning and Project Monitoring and Control Process Areas; PMBOK® 
Guide, Project Cost Management; and GAO— 09— 3SP. 

i®GAO-09-3SP. 

'® CMMI— ACQ, Project Monitoring and Control Process Area; PMBOK® Guide, Project Cost 
Management. 

'''Appropriations acts passed for fiscal years 2003 through 2004 did not include a line item 
appropriating specific funds to HRIT and DHS officials were unaware of how much had been 
appropriated for those years. 

'®The working capital fund is available to DHS for expenses and equipment necessary for 
maintenance and operations of administrative services that the Secretary of Homeland Security 
determines would be performed more advantageously as central services. Pub. L. No. 108-90, 
117 Stat. 1137, 1153, §506 (2003). 
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HRIT’S 2011 BLUEPRINT MAY NOT BE VALID AND REFLECTIVE OF DHS’S CURRENT 
PRIORITIES AND GOALS 

According to the HRIT executive steering committee’s charter, the under secretary 
for management (as the chair of the committee) is to ensure that the Department’s 
human resources IT business needs are met, as outlined in the blueprint. Addition- 
ally, according to the GPRA (Government Performance and Results Act) Moderniza- 
tion Act of 2010, agency strategic plans should be updated at least every 4 years. 
While this is a legal requirement for agency strategic plans (the Human Capital 
Segment Architecture blueprint does not fall under the category of an “agency stra- 
tegic plan”), it is considered a best practice for other strategic planning documents, 
such as the blueprint. 

However, the Department issued the blueprint in August 2011 (approximately 4.5 
years ago) and has not updated it since. As a result, the Department does not know 
whether the remaining 14 strategic improvement opportunities and associated 
projects that it has not fully implemented are still valid and reflective of DHS’s cur- 
rent priorities, and are appropriately prioritized based on current mission and busi- 
ness needs. Additionally, DHS does not know whether new or emerging opportuni- 
ties or business needs need to be addressed. 

Officials stated that the Department is still committed to implementing the blue- 
print, but agreed that it should be re-evaluated. To this end, following a meeting 
we had with DHS’s under secretary for management in October 2015, in which we 
expressed concern about HRIT’s lack of progress, officials from the Offices of the 
Chief Human Capital Officer and Chief Information Officer stated that HRIT was 
asked by the deputy under secretary for management in late October 2015 to re- 
evaluate the blueprint’s strategic improvement opportunities and to determine the 
way forward for those improvement opportunities and the HRIT investment. How- 
ever, officials did not know when this re-evaluation and a determination for how to 
move forward with HRIT would occur, or be completed. 

Further, according to officials from the Office of the Chief Information Officer, 
DHS has not updated its complete systems inventory since it was originally devel- 
oped as part of the blueprint effort, in response to a 2010 Office of Inspector General 
report that stated that DHS had not identified all human resource systems at the 
components. This report also emphasized that without an accurate inventory of 
human resource systems, DHS cannot determine whether components are using re- 
dundant systems. Moreover, the officials from the Office of the Chief Information 
Officer were unable to identify whether and how its inventory of human resources 
systems had changed. 

Until DHS establishes time frames for re-evaluating the blueprint to reflect DHS’s 
HRIT current priorities and updates its human resources system inventory, the De- 
partment will be limited in addressing the inefficient human resources environment 
that has plagued the Department since it was first created. As a result, we rec- 
ommended that DHS establish time frames for re-evaluating the strategic improve- 
ment opportunities and associated projects in the blueprint and determining how to 
move forward with HRIT; evaluate the opportunities and projects to determine 
whether the goals of the blueprint are still valid and update the blueprint accord- 
ingly; and update and maintain the system inventory. DHS agreed with these rec- 
ommendations and expects to address them by February 2016, April 2016, and Octo- 
ber 2016, respectively. 

SELECTED PALMS CAPABILITIES HAVE BEEN DEPLOYED TO HEADQUARTERS AND TWO 

COMPONENTS; BUT FULL IMPLEMENTATION AT FOUR COMPONENTS IS NOT CURRENTLY 

PLANNED 

As previously mentioned, PALMS is intended to provide an enterprise-wide sys- 
tem that offers performance management capabilities, as well as learning manage- 
ment capabilities to headquarters and each of its components. As such, DHS’s head- 
quarters PALMS program management office and the components estimate that, if 
fully implemented across DHS, PALMS’s learning management capabilities would 
be used by approximately 309,360 users, and its performance management capabili- 
ties would be used by at least 217,758 users. 


DHS Office of Inspector General, Management Oversight and Component Participation Are 
Necessary to Complete DHS’ Human Resource Systems Consolidation Effort, OIG— 10-99 (July 
2010 ). 

According to Federal Emergency Management Agency officials, the number of PALMS per- 
formance management users would be substantially higher if the system is able to accommodate 

Continued 
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However, there is uncertainty about whether the PALMS system will be used en- 
terprise-wide to accomplish these goals. Specifically, as of November 2015, of the 8 
components and headquarters, 5 are planning to implement both PALMS’s learning 
and performance management capabilities (3 of which have already implemented 
the learning management capabilities — discussed later), 2 are planning to imple- 
ment only the learning management capabilities, and 2 components are not cur- 
rently planning to implement either of these PALMS capabilities, as illustrated in 
figure 2. 


Figure 2: Components Planning to Implement the Performance and Learning Management System (PALMS), as of November 
2015 
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*U.S. Immigration and Customs Enforcement officiais stated that, before they will decide whether to 
implement PALMS's performance management capabilities, they are waitng for the vendor to 
demonstrate that aH requirements have been met w hich 6 expected to ocor by the end of February 
2015 

‘Accorong to Transportation Security Administration officials, as of January 2016. the administration 
was in the process ^ conducing ns fit-gap analysis to oeterm ne whether it will implement PALMS's 
learning arKli'or perfonnance management capabilities Officials expected the frt-gap assessment to 
be completed by the end of March 2016. 

Officials from the Federal Emergency Management Agency, U.S. Immigration and 
Customs Enforcement, the Transportation Security Administration, and the U.S. 
Coast Guard cited various reasons for why their components were not currently 
planning to fully implement PALMS, which include: 

• Federal Emergency Management Agency and U.S. Immigration and Customs 
Enforcement officials stated that they were not currently planning to implement 
the performance management capabilities because the program had experienced 
critical deficiencies in meeting the performance management-related require- 
ments. Federal Emergency Management Agency officials stated that they do not 
plan to make a decision on whether they will or will not implement these per- 
formance management capabilities until the vendor can demonstrate that the 
system meets the agency’s needs; as such, these officials were unable to specify 
a date for when they plan to make that decision. U.S. Immigration and Customs 
Enforcement officials also stated that they do not plan to implement the per- 
formance management capabilities of PALMS until the vendor can demonstrate 
that all requirements have been met. PALMS headquarters officials expected all 
requirements to be met by the vendor by the end of February 2016. 

• Transportation Security Administration officials stated that they were waiting 
on the results of their fit-gap assessment of PALMS before determining 
whether, from a cost and technical perspective, the administration could commit 
to implementing the learning and performance management capabilities of 


the agency’s performance management requirements for Reservists, which are a type of incident 
management responder, hired as temporary, intermittent employees. 

Before implementing PALMS, each component is completing a fit-gap assessment to, among 
other things, identify any requirements and critical processes that cannot be met by the 
preconfigured, commercial off-the-shelf system. If such component-specific requirements are 
identified, the component must then decide whether to have the vendor customize the system. 
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PALMS. Administration officials expected the fit-gap assessment to be com- 
pleted by the end of March 2016. 

• U.S. Coast Guard officials stated that, based on the PALMS schedule delays ex- 
perienced to date, they have little confidence that the PALMS vendor could 
meet the component’s unique business requirements prior to the 2018 expira- 
tion of the vendor’s blanket purchase agreement. Additionally, these officials 
stated that the system would not meet all of the Coast Guard’s learning man- 
agement requirements, and likely would not fully meet the performance man- 
agement requirements for all of its military components. Due to the compo- 
nent’s uncertainty, the officials were unable to specify when they plan to ulti- 
mately decide on whether they will implement one or both aspects of PALMS. 

As a result, it is unlikely that the Department will meet its goal of being an enter- 
prise-wide system. Specifically, as of November 2015, the components estimate 

179.360 users will use the learning management capabilities of PALMS (not the 

309.360 expected, if fully implemented), and 123,200 users will use the performance 
management capabilities of PALMS (not the 217,758 expected, if fully imple- 
mented). 

Of the 7 components and headquarters that are currently planning to implement 
the learning and/or performance management aspects of PALMS, as of December 
2015, 3 have completed their implementation efforts of the learning management ca- 
pabilities and deployed these capabilities to users (deployed to U.S. Customs and 
Border Protection in July 2015, headquarters in October 2015, and the Federal Law 
Enforcement Training Center in December 2015); 2 have initiated their implementa- 
tion efforts on one or both aspects, but not completed them; and 2 have not yet initi- 
ated any implementation efforts. 

As a result, PALMS’s current trajectory is putting the Department at risk of not 
meeting its goals to perform efficient, accurate, and comprehensive tracking and re- 
porting of training and performance management data across the enterprise; and 
consolidating its 9 learning management systems down to 1. Accordingly, until the 
Federal Emergency Management Agency decides whether it will implement the per- 
formance management capabilities of PALMS and the Coast Guard decides whether 
it will implement the learning and/or performance management capabilities of 
PALMS, the Department is at risk of implementing a solution that does not fully 
address its problems. Moreover, until DHS determines an alternative approach if 
one or both aspects of PALMS is deemed not feasible for U.S. Immigration and Cus- 
toms Enforcement, the Transportation Security Administration, the Federal Emer- 
gency Management Agency, or the Coast Guard, the Department is at risk of not 
meeting its goal to enable enterprise-wide tracking and reporting of employee learn- 
ing and performance management. 

We recommended that the Department establish a time frame for deciding wheth- 
er PALMS will be fully deployed at the Federal Emergency Management Agency 
and the Coast Guard, and determine an alternative approach if the learning and/ 
or performance management capabilities of PALMS are deemed not feasible for the 
Federal Emergency Management Agency, U.S. Immigration and Customs Enforce- 
ment, the Transportation Security Administration, or the Coast Guard. DHS con- 
curred with our recommendation and stated that the PALMS program office will es- 
tablish a time frame for a deployment decision of PALMS for these components. 

PALMS PROGRAM HAD MADE MIXED PROGRESS IN IMPLEMENTING KEY IT ACQUISITION 

BEST PRACTICES 

According to GAO’s Cost Estimating and Assessment Guide, having a complete 
life-cycle cost estimate is a critical element in the budgeting process that helps deci- 
sion makers to evaluate resource requirements at milestones and other important 
decision points. Additionally, a comprehensive cost estimate should include both 
Government and contractor costs of the program over its full life cycle, from incep- 
tion of the program through design, development, deployment, and operation and 
maintenance to retirement of the program. 

However, according to PALMS program management office officials, they did not 
develop a life-cycle cost estimate for PALMS. In 2012, DHS developed an inde- 
pendent Government cost estimate to determine the contractor-related costs to im- 
plement the PALMS system across the Department (estimated to be approximately 
$95 million); however, this estimate was not comprehensive because it did not in- 
clude Government-related costs. PALMS program office officials stated that PALMS 
did not develop a life-cycle cost estimate because the program is a Level 3 acquisi- 
tion program and DHS does not require such an estimate for a Level 3 program. 


22GAO-09-3SP. 
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However, while DHS acquisition policy does not require a life-cycle cost estimate for 
a program of this size, we maintain that such an estimate should be prepared be- 
cause of the program’s risk and troubled history. Without developing a comprehen- 
sive life-cycle cost estimate, DHS is limited in making future budget decisions re- 
lated to PALMS. 

Accordingly, we recommended that the Department develop a comprehensive life- 
cycle cost estimate, including all Government and contractor costs, for the PALMS 
program. DHS concurred with our recommendation and stated that, by May 30, 
2016, the PALMS program office will update the program’s cost estimate to include 
all Government and contractor costs. 

PALMS’s Schedule Was Incomplete and Inaccurate 

As described in GAO’s Schedule Assessment Guide, a program’s integrated master 
schedule is a comprehensive plan of all Government and contractor work that must 
be performed to successfully complete the program. Additionally, such a schedule 
helps manage program schedule dependencies.^^ Best practices for developing and 
maintaining this schedule include, among other things, capturing all activities need- 
ed to do the work and reviewing the schedule after each update to ensure the sched- 
ule is complete and accurate. 

While DHS had developed an integrated master schedule with the PALMS ven- 
dor, it did not appropriately maintain this schedule. Specifically, the program’s 
schedule was incomplete and inaccurate. For example, while DHS’s original August 
2012 schedule planned to fully deploy both the learning and performance manage- 
ment capabilities in one release at each component by March 2015, the program’s 
September 2015 schedule did not reflect the significant change in PALMS’s deploy- 
ment strategy and time frames. Specifically, the program now plans to deploy the 
learning management capabilities first and the performance management capabili- 
ties separately and incrementally to headquarters and the components. However, 
the September 2015 schedule reflected the deployment-related milestones (per com- 
ponent) for only the learning management capabilities and did not include the de- 
ployment-related milestones for the performance management capabilities. 

In September 2015, PALMS officials stated that the deployments related to per- 
formance management were not reflected in the program’s schedule because the 
components had not yet determined when they would deploy these capabilities. 
Since then 2 components have determined their planned dates for deploying these 
capabilities, but 7 (including headquarters) remain unknown. As a result, the pro- 
gram does not know when PALMS will be fully implemented at all components with 
all capabilities. 

Moreover, the schedule did not include all Government-specific activities, includ- 
ing tasks for employee union activities (such as notifying employee unions and bar- 
gaining with them, where necessary) related to the proposed implementation of the 
performance management capabilities.^^ 

Without developing and maintaining a single comprehensive schedule that fully 
integrates all Government and contractor activities, and includes all planned deploy- 
ment milestones related to performance management, DHS is limited in monitoring 
and overseeing the implementation of PALMS, and managing the dependencies be- 
tween program tasks and milestones to ensure that it delivers capabilities when ex- 
pected. Consequently, we recommended that DHS develop and maintain a single 
comprehensive schedule. DHS agreed and stated that, by May 30, 2016, the PALMS 
program office will develop and maintain a single, comprehensive schedule that in- 
cludes all Government and contractor activities, and all planned milestones related 
to deploying the PALMS system’s performance management capabilities. 

The PALMS Program Management Office Did Not Monitor Total Costs 

According to CMMI-ACQ and the PMBOK® Guide, a key activity for tracking a 
program’s performance is monitoring the project’s costs by comparing actual costs 
to the cost estimate.^® The PALMS program management office — which is respon- 
sible for overseeing the PALMS implementation projects across DHS, including all 
of its components — monitored task order expenditures on a monthly basis. As of De- 


^fGAO-ie-SQG. 

24 In accordance with Title 5, Chapter 71 of the United States Code, implementing regulations 
and relevant Executive Order, Federal agencies are to notify their unions and offer them the 
opportunity to negotiate on policies and practices that would affect working conditions. As such, 
each DHS component must determine whether implementing PALMS would affect working con- 
ditions and, if so, notify their unions. 

2® CMMI— ACQ, Project Monitoring and Control Process Area, and the PMBOK® Guide, Project 
Cost Management. 
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cember 2016, DHS officials reported that they had issued approximately $18 million 
in task orders to the vendor. 

However, the program management office officials stated that they were not moni- 
toring the Government-related costs associated with each of the PALMS implemen- 
tations. The officials stated that they were not tracking Government-related imple- 
mentation costs at headquarters because many of the headquarters program officials 
concurrently work on other acquisition projects and these officials are not required 
to track the amount of time spent working specifically on PALMS. The officials also 
said that they were not monitoring the Government-related costs for each of the 
component PALMS implementation projects because it would be difficult to obtain 
and verify the cost data provided by the components. We acknowledge the Depart- 
ment’s difficulties associated with obtaining and verifying component cost data; 
however, monitoring the program’s costs is essential to keeping costs on track and 
alerting management of potential cost overruns. As such, we recommended that 
DHS track and monitor all costs associated with the PALMS program. DHS con- 
curred with our recommendation and stated that it plans to have the PALMS pro- 
gram office track and monitor all costs associated with the PALMS program by 
March 30, 2016. 

In summary, although the HRIT investment was initiated about 12 years ago 
with the intent to consolidate, integrate, and modernize the Department’s human 
resources IT infrastructure, DHS has made very limited progress in achieving these 
goals. HRIT’s minimally involved executive steering committee during a time when 
significant problems were occurring was a key factor in the lack of progress. More- 
over, DHS’s lack of use of program management best practices for HRIT and 
PALMS also contributed to the neglect this investment has experienced. 

Implementing our recommendations is critical to the Department addressing its 
fragmented and duplicative human resources environment that is hindering the De- 
partment’s ability to efficiently and effectively perform its mission. 

Chairman Perry, Ranking Member Watson Coleman, and Members of the sub- 
committee, this concludes my prepared statement. I would be pleased to respond to 
any questions that you may have. 

Mr. Perry. Thank you, Ms. Cha. 

The Chair now recognizes Mr. Fulghum for his opening state- 
ment. 

STATEMENT OF CHIP FULGHUM, DEPUTY UNDER SECRETARY 

FOR MANAGEMENT, U.S. DEPARTMENT OF HOMELAND SE- 
CURITY 

Mr. Fulghum. Chairman Perry, Ranking Member Watson Cole- 
man, distinguished Members of the committee, thank you for the 
opportunity to be here today. 

I had a written statement that I was ready to read to you, but 
I have dispelled with that and we will just get right down to what 
I believe the 4 basic issues are here. 

First and foremost, I agree with GAO. We agreed with every rec- 
ommendation and we appreciate the work that they have done on 
this program to continue to help make the Department stronger. 

We have already implemented many of the recommendations as 
the audit was on-going. I and the under secretary for management 
are accountable for seeing them through. 

Second, clearly there is missed opportunity here. There is no 
doubt about it, she has documented that, we agree with that. It 
was an aggressive schedule, not fully baked-out requirements as 
well as some poor documentation. But we did, and I want to under- 
score this, we did deliver capability. 

Since 2009, we have spent $90 million on this program. Here is 
what we got for that $90 million: We got an access business intel- 
ligence tool that is critical to better analysis and decision making 
in the Department. We have spent $18 million on PALMS to get 
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it up and running. We have a medical case management system for 
Workmans Compensation to help process cases faster. 

We have spent $10 million on a balanced workforce tool that will 
allow us to make better decisions when looking to whether to 
insource or outsource a particular function. All the while while we 
were continuing to sustain programs that we had previously in- 
vested in with the money that we have received. 

Two years ago, we made an evaluation of the overall HRIT pro- 
gram and we decided to stop the overall program to focus on 
PALMS. But let me be clear, we did not document that well and 
we did not particularly as it relates to the ESC. 

However, we had regular engagements with key members of the 
ESC, to include the CPO of the Department, the chief information 
officer, the chief financial officer, as well as the chief human capital 
officer, to focus on making sure we delivered PALMS successfully. 
That program is now being implemented across the Department. 
By the end of fiscal year 2016 we will either have it implemented 
or a decision made on the remaining components. 

Fourth, moving forward, an Acquisition Review Board was held 
in December and directed the following actions. First of all, we 
have moved the program from the chief human capital officer to 
the chief information officer, with a new chief acquisition executive 
as well as new program management. 

We have reinvigorated the ESC; I attended the first one myself 
and gave the ESC clear direction on what our expectations are 
moving forward. We have already had a second one. I believe that 
body met yesterday. 

We plan to re-baseline and reevaluate the road map and the 
strategy that was outlined by GAO. We will then work through the 
ESC to the Joint Requirements Council to make sure we are solv- 
ing the right problems and making sure that we are solving them 
in a way that best meets the mission of the Department. We will 
also have quarterly Acquisition Review Board reviews of this pro- 
gram. 

Finally, I am confident that we have the right leadership in 
place, in particular with the lady sitting beside me, to get this pro- 
gram on the right track to solve her needs and the Department’s 
needs. 

We will do that by building on what we have done, leverage tech- 
nology and best practices throughout the Department, better busi- 
ness intelligence, consistent data management and smart, inte- 
grated consolidation where it makes good business sense. 

Thank you, and I stand ready to answer your questions. 

[The joint prepared statement of Mr. Fulghum and Ms. Bailey 
follows:] 

Joint Prepared Statement of Chip Fulghum and Angela Bailey 
February 25, 2016 

Chairman Perry, Ranking Member Watson Coleman, and other distinguished 
Members of the subcommittee, thank you for the opportunity to appear today to dis- 
cuss the Human Resource Information Technology (HRIT) program at DHS. My 
comments will focus on our progress in addressing GAO’s recommendations on 
HRIT. 

We wish to express appreciation to our colleagues from the Government Account- 
ability Office (GAO) for their long-standing and dedicated work in support of 
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strengthening management functions at DHS. Over the past several years, we have 
forged an excellent working relationship with GAO and have reached common 
ground on many issues. 

In April 2015, I testified before this committee, noting that the Department has 
worked diligently to improve its acquisition processes. These efforts have produced 
more effective governance and significant improvements to the future and health of 
current acquisitions. I also noted that the Acquisition Review Board (ARB) has in- 
creased its oversight reach and has taken action to cancel or pause several poor- 
performing or higher-risk programs that were not achieving the pre-established cost, 
schedule, and performance goals. 

We have continued our progress since April 2015, holding 27 action-oriented ac- 
quisition review boards for major acquisition programs. As of December 31, 2015 all 
major acquisition program documentation was approved, fully addressing GAO High 
Risk Outcome No. 1. Moreover, the Acquisition Management Directive, revision 03 
of MD 102-01, was signed by the Under Secretary for Management on July 28, 
2015. This revision was updated to include critical touch points to the Secretary’s 
Joint Requirements Council. 

It is now almost 1 year later and our work to increase oversight continues to 3 deld 
key decisions based on the performance of programs. This includes our decision to 
pause the HRIT Executive Steering Committee’s management and oversight of the 
HRIT investment in order to address challenges associated with the Department’s 
effort to deploy a centralized Performance and Learning Management System 
(PALMS). As noted by GAO, DHS agrees that very little progress has been made 
in implementing the HRIT investment in the last several years beyond the focus on 
the PALMS implementation. 

On January 15, 2010, DHS established an executive steering committee that in- 
cluded all DHS components, led by the OCIO and OCHCO, to rationalize legacy 
human resource processes and systems into a common. Department-wide architec- 
ture. At that time, DHS prohibited spending to enhance existing human resource 
systems or to purchase new human resource solutions unless approved by the OCIO 
and the OCH(50. The newly formed Executive Steering Committee (ESC!) approved 
the long-term strategic plan for HRIT through a Human Capital Segment Architec- 
ture (HCSA) study, completed in 2011. The HRIT program, under the guidance of 
the ESC, delivered a user-friendly interface with the National Finance Center’s 
(NFC) payroll/personnel system for processing personnel actions, such as promotions 
and awards with “EmpowHR”, a time and attendance system with “webTA”, payroll 
services with the deployment of “National Finance Center Corporate”, and an elec- 
tronic official personnel file system called “eOPF”. Additional solutions delivered 
under the ESC guidance includes a Balanced Workforce Assessment Tool, the Med- 
ical Case Management System, the data management Human Capital Analytics In- 
telligence system (AXIS) and an enterprise learning management system called Per- 
formance and Learning Management System (PALMS). 

PALMS was established to consolidate 9 component-based learning management 
systems and to integrate employee performance management requirements into a 
single Department-wide solution. During the deployment of PALMS in the fourth 
quarter of 2014, DHS Chief Information Officer Luke McCormack asked to slow 
down implementation in order to address unexpected challenges with the contract 
to buy this capability as a service. I concurred with the OCIO’s decision to reme- 
diate the PALMS implementation issues, in order to lower the risk and associated 
costs of an implementation that was not on track to meet the Department’s needs. 
During this slow down, the HRIT program management office addressed concerns 
with the initial operating capability meeting the requirements of the program and 
worked with the Office of the Chief Procurement Officer to ensure timely and effec- 
tive delivery. DHS withheld payment from the vendor until requirements were 
achieved, and DHS executed no-cost extensions until contract requirements were 
met, providing several cure notices to the vendor due to non-performance. 

Since addressing the challenges that caused the slowdown, the training portion 
of the PALMS system has been successfully deployed: At Customs and Border Pro- 
tection in July 2015; for DHS Headquarters components in October 2015; and most 
recently at the Federal Law Enforcement Training Center (FLETC) in December 
2015. In total there are over 350,000 learning management system course comple- 
tions. U.S. Citizenship and Immigration Services and Immigration and Customs En- 
forcement are scheduled for deployment in the third quarter of fiscal year 2016 and 
the U.S. Secret Service is scheduled for deployment in the fourth quarter of fiscal 
year 2016. The Transportation Security Administration, Federal Emergency Man- 
agement Agency, and the U.S. Coast Guard are performing their analysis and are 
on schedule for an implementation decision by April 30, 2016. 
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DHS has moved forward with implementing the performance management capa- 
bilities in PALMS, conducting an initial pilot within DHS OCIO. Barring any un- 
foreseen challenges in meeting the requirements, this portion of the project remains 
on track for implementation. 

DHS agrees with GAO’s 14 recommendations to strengthen and improve HRIT 
and had already begun to take corrective actions to address the program’s manage- 
ment, oversight, and progress. In their report, GAO noted that during the 2014 and 
2015 period, the oversight and management of the overall HRIT portfolio of pro- 
grams and strategic improvement opportunities became a secondary focus and suf- 
fered. During this period, opportunities for further consolidation and efficiency were 
not addressed. DHS agrees more could have been done to provide oversight of the 
HRIT program during the 2014 and 2015 period. Between 2010 and 2016, the an- 
nual appropriated funding to continue work on strategic improvement declined. This 
decline was due in part due to a poor budget justification leaving only $7,778 million 
in fiscal year 2016 which is only sufficient to cover the implementation of PALMS 
as currently defined. 

Recognizing the challenges in the investment/program, I convened an Acquisition 
Review Board on December 22, 2015, to begin to provide an enhanced focus on 
HRIT. On January 21, 2016, the under secretary for management issued an Acquisi- 
tion Decision Memorandum (ADM) that initiated several actions, the first of which 
was to move the oversight of the HRIT investment from the OCHCO to the OCIO 
which occurred on January 29, 2016. The second major action was to reestablish the 
Executive Steering Committee (ESC), which met on February 4, 2016. 

OCIO is working closely with OCHCO, through the ESC and under the guidance 
of the DHS Acquisition Review Board, to ensure the investment continues to ad- 
dress the remaining ADM actions and to deliver the fundamental goals of the HRIT 
program. 

The HRIT ESC will work to ensure the original intent of the 2011 Human Capital 
Segment Architecture (HCSA) study is: (1) Still valid/supported through the Joint 
Requirements Council; and (2) implemented to optimize HRIT capabilities to sup- 
port efficient human resources processes across DHS. In this regard the focus is on: 
Improving the transparency, accountability, and efficiency of HRIT services; 
strengthening and unifying our ability to collect and share actionable enterprise HR 
information in support of DHS’s mission; and enhancing operational support for en- 
terprise human resources systems and service delivery across DHS. 

Continuing the HRIT investment is critical to reducing redundancies and increas- 
ing the efficient and effective functionality of human resources systems across the 
Enterprise. We appreciate GAO’s insight into this investment and are working to 
strengthen oversight for HRIT. 

Mr. Perry. Thank you, Mr. Fulghum. 

The Chair now recognizes Ms. Bailey for her opening statement. 

STATEMENT OF ANGELA BAILEY, CHIEF HUMAN CAPITAL 
OFFICER, U.S. DEPARTMENT OF HOMELAND SECURITY 

Ms. Bailey. Good morning, Chairman Perry, Ranking Member 
Watson Coleman, and distinguished Members of the subcommittee, 
thank you for the opportunity to appear today to discuss human re- 
sources information technology at the Department. 

To underscore what the deputy under secretary said, the under 
secretary, deputy under secretary, chief information officer and I 
are committed to undertaking concrete steps to address the Human 
Resource Information Technology Program management oversight 
and progress. 

As I stated in my recent response to Congressman Thompson and 
Ranking Member Watson Coleman, my office is working very close- 
ly with the Office of the Chief Information Officer. Effective Janu- 
ary 29, the under secretary for management directed the realign- 
ment of resources and placement of operational control and pro- 
gram oversight of HRIT management functions under the CIO, to 
include detailing HRIT personnel to them. 
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This realignment was essential for the Department to address 12 
of the GAO’s 14 recommendations concerning management of the 
HRIT investment schedule, budget, cost, risk, and strategic invest- 
ment opportunities. 

In addition, the direction of the under secretary for management, 
the chief information officer and I co-chair the quarterly meetings 
of the HRIT Executive Steering Committee which last met on Feb- 
ruary 4 and just yesterday. 

I want to stress that while we have a requirement to meet quar- 
terly, the CIO and I are committed to meeting as often as nec- 
essary. Right now, we believe that is pretty much every other 
week. 

At these meetings, the group, the very first meeting we had, we 
discussed the GAO’s recommendations, a time line to revise the 
ESC’s charter, initiated a review of the current and the future stra- 
tegic investment opportunities, discussed the challenges and next 
steps in the on-going roll-out of the Department’s leading HRIT in- 
vestment, which is PALMS, and working through the HRIT ESC 
and under the guidance of the DHS Acquisition Review Board and 
the DHS Joint Requirements Council. We will continue to address 
the remaining actions in the GAO report to ensure DHS meets the 
fundamental goals of the HRIT investment. 

We clearly have work to do and we are leaning forward to imple- 
ment 2 of our top priorities, which is data management and busi- 
ness intelligence strategies that we believe actually will make a dif- 
ference. We are going to do so by solving the right problems of 
today, and that means a re-validation of our original blueprint and 
architecture, going back and making sure that it actually is solving 
what problems we are facing today, as well as having an eye to- 
wards the integration of systems and leveraging what already ex- 
ists. 

I thank you for your leadership and your continued support of 
the Department of Homeland Security and its management’s pro- 
grams. I look forward to working together and shaping the future 
and success of DHS. 

I am happy to answer any questions you may have. 

Mr. Perry. Thank you, Ms. Bailey. 

The Chair now recognizes himself for 5 minutes of questioning. 

Ms. Cha, is HRIT one of the most mismanaged, highest-risk IT 
programs in the Federal Government? If so, how long has it been 
designated as such? 

Ms. Cha. Mr. Chairman, we have identified HRIT as one of the 
top 10 major IT programs across the Federal Government in need 
of most attention. We did this and we designated this as such as 
part of our latest GAO High-risk Update, which was issued Feb- 
ruary of last year. 

Mr. Perry. February of last year? 

Ms. Cha. That is correct. That was based on the findings that we 
were identifying through the current audit that we were doing for 
you. 

Mr. Perry. Okay. 

Mr. Fulghum, DHS has transferred responsibility for HRIT back 
and forth between Office of the Chief Information Officer and Of- 
fice of the Chief Human Capital Officer multiple times. I know Ms. 
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Bailey just went through it. Specifically in 2003, OCHCO was as- 
signed responsibility, we call that the OCHCO, it was transferred 
to the OCIO in 2004, it was shifted back to the OCHCO in 2009, 
and as of this month that responsibility is back with the OCIO. 

What the hell is going on over there? I mean, is this like, you 
know, hot potato, nobody wants to deal with this thing? Why is it 
going to be any different now than it has been these other times? 

Mr. Fulghum. So here is what I will say. First of all, we have 
got what I believe is the right leadership in CIO in terms of the 
information technology expertise that they have. 

They have demonstrated the ability to turn around programs like 
this in the past, while at the same time her job is to make sure 
that they are doing the right thing from a requirements perspective 
to, as she said, solve the right problems. 

Mr. Perry. So did we not have the right leadership before or the 
capability? She is 2 weeks on the job, right? 

Mr. Fulghum. Right. 

Mr. Perry. Okay. So what was 

Mr. Fulghum. But she has got 35 years of experience. 

Mr. Perry. I understand. But what was happening before she 
showed up? Because Ms. Cha said this has been identified for over 
a year now. 

Mr. Fulghum. So what I would tell you, for the past 2 years 
what we have been focused on and focused on solely is delivering 
PALMS. We stopped the investment, any new investment in the 
rest of that portfolio to focus on PALMS. 

As I think she noted, we have had program management turn- 
over, which has not helped the problem, but we have got the right 
program management in there now. If we can sustain them by 
keeping them there, we will make progress. I am confident of that. 

Mr. Perry. All right. Let me carry on here a little bit. In 2010, 
the DHS Office of Inspector General, the OIG, reported that DHS 
made limited progress on the Human Resource Information Tech- 
nology, HRIT, investment because of, among other things, a lack of 
commitment from DHS’s components. 

Now GAO is reporting that HRIT has failed because of a lack of 
commitment by DHS oversight officials after almost 13 years. This 
has been a long time. 

You served at the command level, you are an 0-6, you are in the 
business of issuing orders and executing and accountability. A lack 
of commitment. 

So you have got 22 directorates that are working underneath 
you, right, and you say this is our program. We have just asked 
the United States Congress, the taxpayers to pay $180 million to 
roll this thing out, bring everybody in, and somebody says we are 
not going to do it, right, that is a lack of commitment, or they just 
kind of slow roll it. 

You have been there for, what, 3 years and about 5 months or 
something, about 3V2 years, is that right, in this position? 

Mr. Fulghum. I have been in this position for a little less than 
a year. 

Mr. Perry. Little less than a year, but prior to that you have 
been 

Mr. Fulghum. I was a part of the Department. 
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Mr. Perry. You have been part of even the budget process and 
so on and so forth, right? 

Mr. Fulghum. Yes, sir. 

Mr. Perry. There is no lack of commitment, you issue orders. If 
you don’t want to commit to it, go get another job, right? This is 
taxpayers’ money. We don’t just send $180 million to 22 different 
directorates and say, hey, knock yourself out, I hope you come back 
with something. 

I looked at the schedule from the GAO here. Page 1, essentially 
the first page past the opening, 1 through 14, completion expected, 
current expected completion date, 1 through 14 out of 1 through 15, 
1 through 14 unknown. 

Sir, you have issued suspenses, time on target. I don’t need to 
go through this with you. But you know what is expected. Why is 
there a lack of commitment? How does that happen? Who says no 
and gets away with it? Tell me, I really want to know. 

Mr. Fulghum. So what I will tell you is that at the ESC that 
we just had, there was very clear direction given and I expect that 
that will be carried out. 

Mr. Perry. Well, for the love of God, Mr. Fulghum, this is like 
10 years on, $180 million pissed away. Really? 

Mr. Fulghum. I would again go back to what I said in my open- 
ing statement about the $90 million we have spent. It was not 
pissed away. 

Mr. Perry. I have got 14 out of 15 no known time when it is 
going to be complete. 

Mr. Fulghum. What I would say to that is. No. 1, we poorly doc- 
umented the work we have done. If you go look at the blueprint 
and you go look at the SIOs and the recommendations, many of 
those are about process, policy, and training, much of which we 
have done, we just didn’t document it. 

Mr. Perry. Well, we will see what GAO says throughout the 
course of this, but I suspect they might differ. 

But with all due respect, we will move on. I am past my time, 
so the Chair now recognizes Ms. Watson Coleman from New Jer- 
sey. 

Mrs. Watson Coleman. Thank you, Mr. Chairman. 

I want to talk about the Steering Committee, or the ESO? 

Mr. Fulghum. ESC. 

Mrs. Watson Coleman. ESC, because Ms. Cha’s recommenda- 
tion is that that committee convenes on a monthly basis. 

Ms. Bailey, you indicated that the proposal is to meet every 3 
months. 

It seems to me that part of the issue with the failure to imple- 
ment and document is that whatever entity was overseeing this 
was not holding anybody else accountable to whatever the time 
frame should have been. 

It would seem to me that since things are so critical right now, 
you would want that entity to be much more aggressive, much 
more interactive, much more meeting more regularly and then hav- 
ing a discussion down the line as to who is not doing what and 
when they can expect to have it. Because it seems to me that there 
has been tremendous lack of. Chairman said, commitment, I am 
saying minimal accountability. 



28 


So why are you proposing 3 months when GAO is proposing a 
monthly meeting and oversight? 

Ms. Bailey. I am actually — I want to correct something if I 
misspoke earlier. I am not trying to propose a quarterly meeting. 
It is just that was the minimum requirement that was actually 
identified I think in the acquisition decision memorandum. 

However, the CIO and I have absolutely agreed that we need to 
meet far more often. In fact, we have already met twice. The CIO 
and I talk almost daily. In fact, yesterday after the ESC meeting 
we had a follow-on meeting with regard to the status and imple- 
mentation of PALMS specifically. 

So you have my commitment that we are 

Mrs. Watson Coleman. You two are the co-chairs of the com- 
mittee, right? Of the 

Ms. Bailey. Myself and the CIO. 

Mrs. Watson Coleman. Yes. 

Ms. Bailey. Yes. 

Mrs. Watson Coleman. Then who else is on that, how many 
other people? 

Ms. Bailey. We have all of the components. 

Mrs. Watson Coleman. Meaning? 

Ms. Bailey. CHCOs, CIOs, and the chief learning officers, be- 
cause sometimes they are not necessarily within the CHCO office. 
So we have full representation of both the CIO community and the 
CHCO community. 

Mrs. Watson Coleman. So after your discussions, your meet- 
ings, what is it that happens as a result of that, that something 
gets translated down, some accountability is shared through the 
system? 

Ms. Bailey. Yes, absolutely. One of the first things that we do 
is we take minutes of everything that we have discussed. We have 
a complete action plan. We go through it and we make sure that 
every milestone, on a weekly basis, we go through and identify 
which particular milestones that are due that week, what is due 
the following week, what challenges and barriers do we have, what 
do we need from a resource commitment, where do we need to go 
from an acquisition strategy and what is the smartest way to go 
about this from an IT standpoint? 

So between the two offices we have, it is clearly identified that 
we are both — I want to make sure that everybody understands this. 
This is not a hand-off of the CHCO community just over to the CIO 
and we wash our hands of it. We still within the H.R. community 
have a fundamental responsibility to make sure that whatever it 
is that we are doing, that we are asking the IT, the CIO to deliver, 
actually delivers and solves the right problem on behalf of the H.R. 
community. We are not relinquishing that responsibility whatso- 
ever. 

Mrs. Watson Coleman. I wasn’t suggesting that you were relin- 
quishing anything. My concern is whether or not there is follow-up 
and accountability. 

Ms. Bailey. Absolutely. 

Mrs. Watson Coleman. Because it seems to me that for a num- 
ber of years you all have been doing — I am not suggesting that this 
is not a very busy department with very serious mandates, but it 
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just seems to me that this is so vitally important to ensuring that 
there is consistency and that you have what you need and you need 
what you have and you know what you have to go after. You have 
not sort-of met that mandate. 

I want to speak to this whole issue of the Performance and 
Learning Management Systems. 

Because, Mr. Fulghum, you suggested in your remarks that this 
was implemented across the Department. In some of my briefing 
materials, there was an indication that there were certain compo- 
nents which were resistant to using this. 

So my question is: Is this something that should be uniformly ap- 
plied across the Department because it ensures consistency and 
certain standards? And (B), what is it that we plan to do or you 
plan to do to ensure that it is followed through on at the compo- 
nent level? 

Mr. Fulghum. Okay, a couple of things. I may have misspoke, 
I want to be clear about what I said about PALMS. PALMS is not 
implemented across the Department, so I want to be clear about 
that. 

We have a schedule for several components to come on-board by 
the end of the fiscal year. There are, I think, 3 components left that 
need to make a decision whether PALMS makes sense for them, 
from both an operational perspective as well as from a business 
perspective. We plan to have that done by 30 April. 

Mrs. Watson Coleman. So if they decide that it doesn’t work for 
them, do they get to do something entirely different? 

Mr. Fulghum. It is not them deciding, it is the Department look- 
ing at what their unique operational needs are as well as their 
business needs and then the Department making a determination 
as to whether or not they use the system or not. 

Mrs. Watson Coleman. What is the goal of PALMS? What is it 
that why would you want this Performance and Learning Manage- 
ment Systems? What does it tell you or provide you? 

Mr. Fulghum. So it provides a platform to provide education and 
training courses throughout the Department. The performance 
management piece is really about automating that process of docu- 
menting performance appraisals, the whole performance manage- 
ment. 

Mrs. Watson Coleman. So my time is expired, but it just seems 
to me that I don’t understand how a Department could determine 
that something that raises these issues and answers these ques- 
tions wouldn’t be applicable to their needs. 

Thank you, Mr. Chairman. 

Mr. Perry. The Chair thanks the gentlelady. 

The Chair now recognizes the gentleman from Georgia, Mr. 
Loudermilk. 

Mr. Loudermilk. Thank you, Mr. Chairman. 

I will tell you, I am very concerned here from coming from sev- 
eral backgrounds. I was Air Force as well, worked in the intel- 
ligence community, had an SET security clearance when I was a 
young man. 

But I also spent 30 years in the IT sector. There are several as- 
pects of this report that are gravely concerning to me. I have so 
many questions, I really don’t even know where to start. 
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But based off Ms. Watson Coleman’s question, I would like to 
kind of continue that thought on PALMS. 

You said that PALMS is an education and training system, is 
that correct? 

Mr. Fulghum. It provides education and training courses. 

Mr. Loudermilk. Is that the extent of it? 

Mr. Fulghum. That is a piece of it, yes. It also tracks the train- 
ing that has been completed, things of that nature, yes. 

Mr. Loudermilk. Why did you prioritize PALMS as the project 
to focus on? When you read the report, of all the other issues, sev- 
eral of which, from looking at it from this report, PALMS would 
probably, in my estimation, be the least critical of those systems, 
why did you prioritize PALMS? 

Mr. Fulghum. We believed it was important to the Department 
to get a consistent approach to how we delivered education and 
training. 

Mr. Loudermilk. So you felt that was more important than actu- 
ally knowing who is an employee of the Department of Homeland 
Security? 

As I read the report here, it says that really the dysfunction of 
what you have is that your fragmented and outdated human re- 
source systems, you can’t even actually track who is — you don’t 
have accurate information on who is employed, who is working for 
the Department of Homeland Security. 

You saw that PALMS, though, was more important than ad- 
dressing those issues. 

Mr. Fulghum. So I would say a couple of things. No. 1, that is 
why we are re-validating the framework and the strategy going for- 
ward, and we are going to do that very rapidly. 

No. 2, I still believe PALMS was important, yes. 

Mr. Loudermilk. Okay, but it is more important than actually 
knowing details of who is current in Department of Homeland Se- 
curity? 

Mr. Fulghum. So I think that is more about access than it is 
about knowing who is in the Department. We know who is in the 
Department. I am not quite following you. 

Mr. Loudermilk. Okay, well, let me shift a little. Let me read 
what the report says. For example, the Department of Homeland 
Security reported that it did not have information on all its em- 
ployees, which reduced its ability to manage its personnel, and this 
is the part that concerns me the most, or deploy the right people 
to meet a particular mission. 

Now, that tells me you don’t have all the information that you 
need about someone. 

Mr. Fulghum. So I think what we are talking about is access to 
that information. One of the things that HRIT did deliver was busi- 
ness intelligence, so that regardless of the system that you have 
out and the components, you have the ability to pull that informa- 
tion out. 

It is not fully developed yet, but it does provide us capability. We 
have got to continue to build out that business intelligence capa- 
bility to pull out the information we need. 

One of the things I would like to say, as far as systems go and 
consolidation of systems, we have done that in the Department be- 
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fore where we have tried to go build what I call big-bang systems. 
We did it in financials, we tried it twice with financial systems. It 
didn’t work. 

What we have determined is that we need to consolidate where 
we can consolidate and then put business intelligence on top of it 
to give us the information we need, which is one of the things that 
HRIT did deliver in terms of the access tool that we built. 

Mr. Loudermilk. Okay. So what you are indicating is PALMS is 
providing the information that you need to adequately deploy the 
right people to the right mission. 

Mr. Fulghum. That is not what I said. What I said was what 
you are talking about is about access to information. 

Mr. Loudermilk. Right. 

Mr. Fulghum. What we need to do is build business intelligence 
to get to that information, which is one of the things that HRIT did 
deliver. That is what I was trying to say. 

Mr. Loudermilk. Okay. I am still not sure why PALMS was the 
priority that you focused everything on. 

One other thing. Mr. Chairman, are we going to have another 
round of questioning? Is that possible? Okay, I will save a couple. 

But to Ms. Cha, I am also on the Science, Space, and Technology 
Committee, a chair of the Oversight Subcommittee, the sister com- 
mittee to this. We had a hearing right after the 0PM data breach, 
a devastating incident to our country. I asked your counterpart, if 
he was to rate the cybersecurity risk or just rate what the Federal 
Government’s current security status is on an elementary school 
grading level, what would you give the Federal Government, and 
his response was D minus. 

One of the reasons was because of fragmented systems, multiple 
management and no one being in control. What would you, just 
from what you know, rate the current status from a security stand- 
point of the Department of Homeland Security’s IT systems? 

Ms. Cha. Unfortunately, sir, I am not the best expert to provide 
you with that response. The scope of the review that we evaluated 
for HRIT was focused on the management of the program. We did 
not look at the security protocols or the state of security for the De- 
partment’s H.R. environment or the state of DHS’s IT systems in 
general. 

Mr. Loudermilk. Well, let me ask you this, if I may, Mr. Chair- 
man. 

Because of the issues with the system, does DHS, because I as- 
sume that the majority of people in DHS have some level of secu- 
rity clearance, which gives them access to Classified information, 
is there a risk that someone who should not have access will have 
access because maybe their security has been pulled, maybe they 
are on disciplinary action, but because the system is nonfunctional 
at this point, are we at risk there? 

Ms. Cha. Yes, I do believe that a risk does exist. The reason why 
I say that is because at this time, as I mentioned earlier, at the 
time that DHS identified 422 fragmented systems and applications 
within their H.R. environment, that study was done in 2011. Cur- 
rently, DHS does not know the state of that 422-system inventory. 
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So until the Department updates that inventory, it could be 
more, it could be less. But until they get a full handle of the total 
number of systems in that inventory, a risk exists. 

Mr. Loudermilk. Thank you, Mr. Chairman. I yield back. 

Mr. Perry. The Chair thanks the gentleman. 

The Chair now recognizes the gentleman from Louisiana, Mr. 
Richmond. 

Mr. Richmond. Let me just comment that it appears that we just 
have an inability to get it done. I guess in my effort to figure out 
how we just get to progress or competency, have you all even ex- 
plored the possibility of using shared services, like the National Fi- 
nance Center? 

Mr. Fulghum. So we do use the National Finance Center for 
payroll. 

Mr. Richmond. Well, why don’t you use them for H.R.? 

Mr. Fulghum. So as a part of reevaluating the road map and 
strategy, that is absolutely a part of what we are going to look at, 
shared services where it makes sense, just like we have done in fi- 
nancial management. 

Mr. Richmond. Well, how is your payroll going? Are you satisfied 
with the National Finance Center, how they do payroll? 

Mr. Fulghum. They do a good job. 

Mr. Richmond. Well, they are interested in doing your H.R. I 
don’t know if they have contacted you, but they met with me to say 
we don’t understand why DHS won’t let us do their H.R. because 
we think we can do it better than them, we think we can do it for 
a lower cost than they do it. 

Now, let me — full disclosure, the National Finance Center is lo- 
cated in my district. They employ a bunch of people. But they do 
payroll for over 650,000 people in the Federal Government and now 
they do H.R. Everybody is happy with them. 

So it would just seem to me that, look, we can try to get it right, 
but if we have people who do it and they are part of the Federal 
Government, then we might want to really look at seeing if we 
can’t get together and figure out a way that they can help you all, 
because at the end of the day we just want it to work. 

Whether it is the National Finance Center or someone else 
doesn’t matter as much as the fact that it has to get done. 

I would just encourage you to at least entertain the director of 
the National Finance Center and see if you all can’t find some un- 
derstanding if they can help or if they can’t help. But at least what 
they advocate to me is that they think they can solve your prob- 
lems. If they can solve your problems, then let us use them. 

But I would love to hear your thoughts on it. 

Mr. Fulghum. I absolutely support the use of shared services. As 
I said before, that is exactly what we are doing with our financial 
systems modernization is leveraging the work and the systems that 
are in place at places like DOI. So we are absolutely open to doing 
that. 

Mr. Richmond. Thank you, and I will yield back. 

Mr. Perry. The Chair thanks the gentleman. 

The Chair now recognizes the gentleman from Georgia, Mr. Car- 
ter. 

Mr. Carter. Thank you, Mr. Chairman. 
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Ladies and gentlemen, I hope you understand why this is so con- 
cerning to us. I mean, this is very, very disturbing. 

The General Accounting Office said, “The Department does not 
have information on all its employees, which reduces its ability to 
strategically manage its workforce and best deploy people in sup- 
port of homeland security missions.” That is from the GAO. 

You can imagine how concerning that is to us, especially when 
we talk about internal threats. We are talking about the Depart- 
ment of Homeland Security. We are talking about the people that 
we put our faith in, that we are depending on. 

Mr. Fulghum, how can the Department of Homeland Security vet 
effectively and identify individuals that may have links to ter- 
rorism when you don’t have all the information on your employees? 
How can you do that? 

Mr. Fulghum. Again, I believe we are talking about access to 
certain information at the Department level. We have very good, 
solid procedures in place to vet employees. 

Mr. Carter. But do you have all the information? 

Ms. Cha, what information does the Department not have on em- 
ployees or not have access to? You want to talk about we have got 
it, but we don’t have access. I don’t care. I just want to know why 
we are not getting the job done. 

Ms. Cha. Mr. Carter, the statement that you cite in our report, 
that particular one actually comes from DHS’s own business jus- 
tification for HRIT. So that is not even a GAO conclusion, that is 
a conclusion of the Department itself. 

Mr. Carter. So that makes it even worse. 

Mr. Fulghum. But again, that is why we built the business intel- 
ligence to get that information. 

As far as the security vetting goes that goes on throughout the 
Department, we are confident in the procedures that we have in 
place and the vetting procedures that we use, which includes the 
security clearance process. 

Mr. Carter. All right. Well, tell me what information you are 
lacking on employees. Are you lacking any information or do you 
not have access to any information? I want to leave today assured 
that you can tell me that we don’t have any internal threats from 
any of our employees. Are you going to be able to do that? 

Mr. Fulghum. So the specifics of what information we are lack- 
ing that was cited back in that report, I am not familiar with. That 
said, what I will say is the following, again, that I believe we have 
very solid, secure procedures and processes in place to vet employ- 
ees. 

Mr. Carter. So you are assuring me that we will not have any 
internal threats as a result of us not having information on em- 
ployees. 

Mr. Fulghum. Sir, what I am assuring you of is that we have 
the best procedures we can in place. That is what I am assuring 
you of. 

Mr. Carter. But that is not what we are getting in this report 
here. What we are getting is that you have got fragmented systems 
and that you are not utilizing everything you could be utilizing. Am 
I wrong? Am I reading this wrong? 
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Mr. Fulghum. What you are reading is is that we have got more 
work to do in terms of making smart business — 

Mr. Carter. You know what the problem is with that? We 
haven’t got time. We need it and we need it now. 

Mr. Fulghum. We agree with you. 

Mr. Carter. Okay, all right. Let me shift real quick. Let me ask 
you, when you were developing the HRIT, at any point, did any 
senior management get any kind of bonuses? 

Mr. Fulghum. Sir, I don’t have that information. 

Mr. Carter. Any of you all know? Do you all know if anybody 
got bonuses as a result of this? Anybody know? I am looking for 
volunteers. 

Mr. Fulghum. Bonus information of senior executives is publicly 
available. We can certainly get that. 

Mr. Carter. Well, can you get that for me? Because I would sure 
like to know. 

Mr. Fulghum. Yes, sir. 

Mr. Carter. Well, if you can, I sure would appreciate it. 

You know, look, guys, this is serious, this is really serious. I hope 
you all understand how serious it is. We are depending on you. 
People are depending on us and we are depending on you. 

Mr. Chairman, I yield. 

Mr. Perry. The Chair thanks the gentleman. 

The Chair now recognizes himself. I have just got a few more to 
wrap up and then we can if Mr. Loudermilk and Mrs. Watson Cole- 
man have some more. 

The DHS initially estimated that HRIT would cost $120 million 
according to what I have got here. Congress has appropriated at 
least $180 million, which is another issue in and of itself, right? 
They asked for $120 million, you get $180 million. I am not here 
to defend that. 

But how much at this point does DHS estimate the cost to be, 
do you know? 

Mr. Fulghum. So that is exactly why we are doing a life-cycle 
cost estimate to make sure we get it right. 

Mr. Perry. So we don’t know right now, but I suspect at some 
point somebody is going to be asking for more money for this, 
right? How many years on are we? 

Mr. Fulghum. So that is what, again, that is what we are going 
through right now to make sure we do it smartly and as quickly 
as we can. But a key piece of that will be the life-cycle cost esti- 
mate that we are going to do. 

Mr. Perry. When will that be done? 

Mr. Fulghum. By the end of this year. 

Mr. Perry. The end of the fiscal year or the calendar? 

Mr. Fulghum. End of the fiscal year. 

Mr. Perry. So by the end of September, you are going to know 
what the actual cost is. 

Mr. Fulghum. We are going to know what the estimated cost is 
to move forward, yes, sir. 

Mr. Perry. You know that our National debt is $19 trillion right 
now, right? You know this? 

Mr. Fulghum. I am aware of that. 



35 


Mr. Perry. We have got about somewhere, some people estimate 
$200 trillion in unfunded liability. Now, I am privileged to serve on 
this committee. You know, I hear the Secretary saying that his leg- 
acy is going to be of improved management. 

But from this hearing to the last one to the one before, we don’t 
know how many vehicles we have got, we have got too many vehi- 
cles, we can’t track their mileage without asking them through pro- 
grams and so on and so forth. 

Now, quite honestly, I just don’t see it. But you can make the 
claim, I suppose, but I don’t see things that have improved. There 
has been a long time getting here. 

I will tell you this, sir, I do appreciate your service. You know, 
you folks are operating at the Senior Executive Service level or the 
Executive schedule. We demand your leadership if you are going to 
be paid for it. Leadership requires making hard decisions, hard 
choices, and making people accountable. 

We don’t, I certainly don’t deign to understand the intricacies of 
what you have got to do. I kind-of get that vibe from Ms. Bailey, 
like you are asking questions you don’t understand how hard this 
is. 

I hate to put it this way. We don’t care how hard it is, right? You 
wanted the job, you got the job. Congress has appropriated the 
money and we demand the results, right? The taxpayers, the poor 
folks are out there working everyday trying to put their kids 
through college and pay a mortgage and we don’t have $180 million 
to throw down the tank and having nothing really appreciable to 
show for it. 

When I say I don’t deign to know your business, I don’t. But the 
GAO does and they have given us these recommendations in this 
report and they countervail most of what you tell us except for 
what you have been working on recently, because they have been 
babysitting. 

We don’t hire people in the Senior Executive Schedule to be 
babysat. You are the leaders, you are the heavies. We hire the 
heavies to get things done, not to come in here and — you don’t 
want to be here and I don’t want to be here, but I have got a feel- 
ing that if I am in Congress in a couple of years and you are in 
your position for a couple more years, we are going to be right back 
here with the same problem. That is the feeling I have got and I 
don’t want to have that feeling. 

With all due respect, you haven’t given me any confidence in 
your testimony today that anything is really going to change. 
Right? I hope I am wrong. 

I would say this. At a time of great need and reduced budgets 
because there is reduced income, we have got a 2 percent economy, 
when you come back and ask for more money and people vote 
against your budget, you think about this hearing and think about 
what we did here today and the answers you gave us and ask your- 
self, if you were in my position to take money out of the pockets 
of the people that you live around and give it to you and this orga- 
nization that has done this with it, what would you vote? 

I want you to think about that. Then, you know, look, I am not 
here to scold you, sir, you are a grown man, right? But this is our 
job and we have got to beseech you about the importance of this. 
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the gravity of this, the security concerns that we have, the finan- 
cial concerns we have. 

This isn’t just going to work today and, well, you know, I am 
going to take it as far as I can and the next poor slob will get the 
job and hopefully he can take it to the next level. You have a com- 
mitment that you have made. If you can’t get the job done, we have 
got to find somebody that will. 

With that, I yield to Mrs. Watson Coleman. 

Mrs. Watson Coleman. Thank you, Mr. Chairman. 

I really do get the sense that there is a wake-up call here and 
that we recognize how important it is to standardize, document, 
and move forward with this. 

I think that the ESC is vitally important in this. I am wondering 
what role it plays in establishing those in answer to those un- 
knowns that we have for those 14 or 15 items that have been iden- 
tified by GAO as outstanding. 

So I have a two-pronged question. Is it the ESC where that infor- 
mation would come? And (B), when do you think you would have 
that information for us? Which is simply, you know, when you 
think these various things would be fully implemented, partially 
implemented or whatever. 

Mr. Eulghum. So what I would say, first of all, is yes, it is the 
ESC’s job, but the ESC is going to take it to the Joint Require- 
ments Council, which is one of the things or one of the bodies that 
Secretary Johnson initiated and you guys have passed legislation 
on, codifying that Joint Requirements Council, which we greatly 
appreciate, in the House. 

So to answer your second question, we expect to take that 
through the ESC to the JRC by the 30th of April. 

Mrs. Watson Coleman. When do you think that you would have 
feedback back so that you could fill in those boxes in terms of 

Mr. Eulghum. So I believe in early May we will be able to share 
with you and your staff exactly what the plan is moving forward. 

Mrs. Watson Coleman. So I really think that we are helpful to 
you in raising these issues and asking you to come here, because 
it kind-of keeps the stuff in the forefront of what you are doing. So 
I would be interested in the Chairman even asking Mister — is it 
Deyo? 

Mr. Eulghum. Deyo. 

Mrs. Watson Coleman. Deyo, Mr. Deyo and Mr. McCormack to 
come and sort-of give us progress reports at some point. 

But I would also be interested in you all supplying us informa- 
tion as to how you are moving through these expectations and how 
the ESC is working with you on hopefully more than the minimum 
of every 3 months, so we can really understand that there is 
progress that is being made. 

We know that you all do really important work and that this is 
an important Department, but we also know that there are places 
like TSA that have internal concerns and threats right now as it 
relates to employees, credentialing, recovering credentials and all. 
So there are very, very serious problems that exist and concerns 
that exist in this Department that we depend upon to keep us safe. 

So I for one would be very interested in ensuring that we had 
more contact, more feedback, just so that we help you in your need 
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to make sure that the Department is accountable, being account- 
able on a more routine basis. 

Thank you. 

Mr. Fulghum. If I could, sir? 

Mr. Perry. Yes, sir. 

Mr. Fulghum. You have our commitment that you will get it. 

If I could, one more thing, sir? 

Last year I sat in front of this committee and I said various 
things about acquisition, improving acquisition in the Department, 
to include making sure that every major program had documenta- 
tion, that we got our system where we track investment costs for 
major acquisitions current and certified, and a variety of other 
things. I sat right here and told you we would do it. 

I think that you are going to see in April that when GAO issues 
its report that we did a lot of those things. 

When you asked me about my leadership as a can-do, get-it-done 
guy, I pride myself on that. When I sat here last year and said we 
would get life-cycle cost estimates for every one of those programs, 
we got them. 

So when I am sitting here today telling you we are going to make 
progress on this, you have my word we are going to make progress 
on this. 

Mr. Perry. I understand. On behalf of the American taxpayer, 
I hope you are right, sir. I appreciate your input. 

The Chair now recognizes Mr. Loudermilk. 

Mr. Loudermilk. Thank you, Mr. Chairman. 

Again, I appreciate you guys being here. I know this isn’t easy, 
but we are in such a time in this Nation. Through history, I don’t 
know that I have ever even read about such a time that the people 
of our Nation so depended on the Government for its National secu- 
rity, but so distrusted the Government because of things like this. 

This is where we are today with a $19 trillion debt, with $90 mil- 
lion that we can’t really positively go back to our constituents and 
say, you know, all that tax money that you paid and you couldn’t 
buy Johnny a new pair of cleats for baseball practice, well, at least 
here is what happened. I can’t do that. 

So this is part of the concern. Representative Carter who rep- 
resents the Port of Savannah which is very dependent upon home- 
land security adequately doing its job with the very best people 
there to do it, and this is our concern. It is nothing against anyone 
here personally. I know you have got a tremendous job to do. I ap- 
preciate your commitment to make progress. 

But I could argue that this is progress because out of 15 we have 
completed 1. I mean, that is more progress than completing none. 

When I was in the Air Force it was during the Cold War. If we 
needed to get an aircraft on time to support the Army, that aircraft 
had to be there at that time no matter what, or lives could be cost. 
So we did whatever it took to get an aircraft into the battlefield, 
in position to provide the support for our brothers and sisters who 
were on the ground. 

The same things happened when my children were growing up. 
I could tell them to clean their room, but unless I gave them a 
deadline the room never got cleaned. 
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Where are our deadlines? We keep shifting, shifting, shifting. I 
see all these unknowns. What the American people want to see is 
not progress, they want to see action, they want to see these things 
done. What does it take? 

When we get together this time next year, what are we going to 
be looking at? 

I know. Colonel, you said that you agreed and appreciated the re- 
port by the GAO. I think in a management position of yours, that 
is the right approach. Yes, we need to know the things that we are 
doing wrong. Lord knows we have constituents that call us contin- 
ually expressing their thoughts about us and Government. 

But where will we be this time next year? At least give me dates, 
deadline dates of when these are going to be accomplished. Because 
when I look at some of these, such as off-boarding process, to me 
that is as critical as an on-boarding process. 

Here is why. We had a bill that I actually passed out of this com- 
mittee. It has passed the House, it is in the Senate. It was address- 
ing a problem that we have in the Department of Homeland Secu- 
rity to the tune of $380 million — $380 million. That is how much 
homeland security has been spending to pay its employees to stay 
at home and not come to work. 

Why, you have so many people that are on administrative leave, 
some of them for as much as 2 years. What the Department of 
Homeland Security said part of the problem was we don’t have a 
good IT system. There is your money, $380 million paying home- 
land security people to be at home because we have not concluded 
their off-boarding process. Most of them are for disciplinary action. 

So if there is some frustration here, it is because we are the fun- 
nel from the American people, as I said, who rely on you, but don’t 
trust you. That is a very bad position to be in. 

So if you would like to comment I would really love to know 
when we are going to have some deadlines — deadlines — to get these 
things done. 

Mr. Fulghum. So as Angie said, that is what the ESC is doing 
right now. Once we get through the Joint Requirements Council on 
the 30th of April, in early May you will have more of that inte- 
grated schedule that you are looking for, which are deadlines, when 
we say we are going to deliver things by. We are going to share 
that with this committee. 

Then, again, I will tell you this, that we are laser-focused on this 
effort. You have got my assurance that we are going to hold our- 
selves accountable and do something, take action and do something 
to deliver what we need to help her do her job better. 

Mr. Loudermilk. Well, thank you. 

Again, Mr. Chairman, thank you for this hearing. 

I am glad to hear that, but I am not ready to trust it yet. I think 
that is what the American people are looking for. We need to con- 
tinue this oversight. 

We need to be laser-focused as they are laser-focused, Mr. Chair- 
man. 

Thank you. 

Mr. Perry. The Chair thanks the gentleman. 

The Chair also thanks the witnesses for their valuable testimony, 
and the Members for their questions. 
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Members may have some additional questions for the witnesses 
and we will ask you to respond to these in writing. 

Pursuant to committee rule 7(e), the hearing record will remain 
open for 10 days. Without objection, the subcommittee stands ad- 
journed. 

[Whereupon, at 11:16 a.m., the subcommittee was adjourned.] 




APPENDIX 


Questions From Chairman Scott Perry for Carol R. Cha 

Question 1. Mr. Fulghum’s testimony indicated that DHS made the deliberate de- 
cision to halt other HRIT strategic improvement opportunities in order to pursue 
PALMS. However, GAO’s report indicates that this was not the case. Please explain 
the discrepancy. 

Answer. We agree with the Department that officials elected to dedicate a vast 
majority of the Human Resources Information Technology (HRIT) investment re- 
sources to the Performance and Learning Management System (PALMS) in order 
to address significant schedule delays and technical challenges, rather than initi- 
ating additional HRIT strategic improvement opportunities. This is consistent with 
our February 2016 report. ^ We also reported that HRIT officials explained the deci- 
sion to focus primarily on PALMS was due, in part, to the investment’s declining 
funding stream. 

We do not agree with Mr. Fulghum’s written statement that DHS made a “deci- 
sion to pause the HRIT executive steering committee’s management and oversight,” 
in order to deploy PALMS. During the course of our review, DHS officials did not 
provide documentation that indicated the Department deliberately paused the HRIT 
executive steering committee management. On the contrary, the HRIT executive 
steering committee charter specifies that it is intended to be the core oversight and 
advisory body for all DHS-wide matters related to human capital IT investments, 
expenditures, and projects, which includes HRIT’s PALMS program. However, as we 
reported, the committee did not perform its oversight responsibilities. Specifically, 
the committee only met once over a 2-year period when HRIT’s only on-going pro- 
gram — PALMS — was experiencing significant problems (including frequent turnover 
in its program manager position). 

Question 2. GAO reported that DHS made limited progress in achieving its 2 per- 
formance metrics and associated targets for the HRIT program. These included re- 
ducing the number of component-specific human resource IT systems by 46 percent 
and increasing the number of Department-wide HRIT services by 38 percent by the 
end of fiscal year 2016. However, DHS has barely made progress in meeting these 
goals. How realistic are these goals? What type of performance metrics or goals 
would better reflect DHS’s intended performance for HRIT? 

Answer. To determine whether the HRIT performance metrics and associated tar- 
gets are realistic or need to be updated, the Department should first implement our 
recommendation to re-evaluate HRIT’s strategic improvement opportunities to de- 
cide whether they are still valid and reflective of DHS’s current needs. Once this 
is complete, the Department should implement our recommendation to re-prioritize 
the improvement opportunities to determine the highest-priority areas, and deter- 
mine how to move forward with HRIT, including deciding if the performance metrics 
are appropriate and whether updating them is necessary. 

Question 3. GAO reported that DHS anticipates that, of the total number of users, 
less than half would actually use either the learning or performance management 
capabilities. As a result, would implementing PALMS ultimately address the prob- 
lems that it is intended to address when about 200,000 users will not use either 
system? 

Answer. According to DHS, the PALMS program was to enable enterprise-wide 
tracking and reporting of employee learning and performance management data 
across DHS headquarters and its 8 components in order to, among other things, 
automate paper-based performance management processes, consolidate duplicative 
learning management systems, and ensure consistency across the Department. 


^GAO, Homeland Security: Oversight of Neglected Human Resources Information Technology 
Investment Is Needed, GAO-16—253 (Washington, DC: Feb. 11, 2016). 
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However, as of November 2015, the Federal Emergency Management Agency and 
U.S. Immigration and Customs Enforcement were not yet committed to imple- 
menting the PALMS performance management capabilities, and the Transportation 
Security Administration and the U.S. Coast Guard were not yet committed to imple- 
menting either of the PALMS learning and performance management capabilities. 
As we reported in February, until these components implement our recommendation 
to determine whether they will adopt the learning and/or performance management 
capabilities of PALMS, the Department is at risk of implementing a solution that 
does not fully address its problems. Moreover, until DHS decides on an alternative 
viable solution for any component that deems PALMS as not feasible, the Depart- 
ment is at risk of not meeting its goal to enable enterprise-wide tracking and report- 
ing of employee learning and performance management. 

Question 4. DHS’s effort to field PALMS includes implementing a commercial off- 
the-shelf software product that is to be provided as a service. If the system is a com- 
mercial off-the-shelf system, why is has it been so challenging to implement? To 
what extent did the Department properly determine the requirements for the sys- 
tem prior to selecting a vendor to deliver the capability? 

Answer. Although PALMS was intended to provide an enterprise-wide commercial 
off-the-shelf system, the program experienced implementation challenges because it 
did not follow several key IT acquisition best practices. Specifically, DHS did not 
maintain a complete and accurate program schedule, or implement key risk man- 
agement practices, including regularly tracking the status of its risks and mitigation 
efforts, and prioritizing its risks. To help DHS monitor and oversee the implementa- 
tion of PALMS, and ensure that the program’s attention and resources for risk miti- 
gation are used in the most effective manner, the Department should promptly ad- 
dress our 5 recommendations that we made on each of these areas in our February 
report.^ 

We have not conducted the necessary work to answer the question regarding the 
extent to which DHS properly determined the requirements for the system prior to 
selecting a vendor. However, we reported that, as of November 2015, according to 
PALMS officials, the vendor’s commercial off-the-shelf system did not meet require- 
ments that it was expected to meet, which required the vendor to customize the sys- 
tem to meet those requirements. According to PALMS officials, DHS had 483 base- 
line requirements, 32 of which needed customizations, and 5 of these 32 require- 
ments still needed to be fully addressed by the vendor, as of November 2015. DHS 
expected these requirements to be met by the end of February 2016. 

Questions From Ranking Member Bonnie Watson Coleman for Carol R. Cha 

Question 1. Based on GAO’s analysis, only 1 out of 15 improvement opportunities 
were fully implemented by DHS as of November 2015, specifically the HRIT intake 
process. Of the 14 remaining, was it reasonable for DHS to have fully implemented 
any the improvement opportunities by November 2015? If so, which ones? What do 
you believe is a reasonable time line for full implementation of the remaining 14 
improvement areas? 

Answer. Through DHS’s extensive effort to develop the Human Capital Segment 
Architecture, which began in 2010 and was completed in August 2011, DHS consid- 
ered it reasonable to fully implement 14 of the 15 HRIT strategic improvement op- 
portunities within an approximately 4-year period (i.e., by June 2015). The only im- 
provement opportunity that DHS determined would take longer than that was the 
End-to-End Hiring improvement opportunity, which DHS had planned to implement 
by December 2016 (5V2 years following the completion of the architecture). 

Moving forward, we believe a reasonable time line for full implementation of the 
14 remaining improvement opportunities cannot be determined until the Depart- 
ment implements our recommendation to evaluate the strategic improvement oppor- 
tunities and projects within the blueprint. Specifically, we recommended that DHS 
complete this evaluation to determine whether the opportunities, projects, and the 
goals of the blueprint are still valid and reflective of DHS’s current priorities.^ Once 
this is complete, DHS should implement an additional recommendation we made to 
update and maintain a schedule estimate on when it plans to implement each of 
the strategic improvement opportunities. 

Question 2. GAO briefly discusses the Performance and Learning Management 
System or PALMS implementation at the Department. Please describe the Depart- 


2 GAO-16-253. 

2 GAO, Homeland Security: Oversight of Neglected Human Resources Information Technology 
Investment Is Needed, GAO-16—253 (Washington, DC: Feb. 11, 2016). 
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ment’s progress in implementing the PALMS software. Are there any components 
in particular that are behind in its implementation plan? 

Answer. PALMS is intended to provide an enterprise-wide commercial off-the- 
shelf system that offers performance management capabilities, as well as learning 
management capabilities to headquarters and each of its 8 components. As of Janu- 
ary 2016, of the 8 components and headquarters, 5 (U.S. Customs and Border Pro- 
tection, the Federal Law Enforcement Training Center, headquarters, U.S. Citizen- 
ship and Immigration Services, and the U.S. Secret Service) were planning to imple- 
ment both PALMS’s learning and performance management capabilities, 2 (the Fed- 
eral Emergency Management Agency and U.S. Immigration and Customs Enforce- 
ment) were planning to implement only the learning management capabilities, and 
2 components (the Transportation Security Administration and the U.S. Coast 
Guard) were not currently planning to implement either of these PALMS capabili- 
ties. 

As of February 2016, the learning management capabilities had been deployed to 
DHS headquarters and 2 components (the Federal Law Enforcement Training Cen- 
ter and U.S. Customs and Border Protection). If the system was deployed to all of 
its expected users for these 3 organizations, approximately 110,860 should be cur- 
rently using the learning management capabilities (approximately 36 percent of the 
total number of expected users for these capabilities). 

Regarding PALMS’s performance management capabilities, as we reported in Feb- 
ruary, these capabilities have not been fully deployed to any of the components or 
headquarters, and it was unknown when they would be fully deployed at most of 
the components.'^ 

When compared to the program’s original August 2012 delivery schedule (which 
included deplo 3 dng both the learning and performance management capabilities in 
one release), headquarters and all of the components have experienced significant 
schedule slippages. For example, DHS headquarters was originally planning to im- 
plement both the learning and performance management capabilities by June 2013; 
however, it did not deploy the learning management capabilities until over 2 years 
later — in October 2015. Moreover, as of January 2016, DHS did not have a date for 
when it planned to fully deploy the performance management capabilities to head- 
quarters. PALMS program management office officials attributed these slippages to 
multiple causes, including the vendor’s commercial off-the-shelf system not meeting 
requirements, thereby requiring the vendor to customize the system in order to sat- 
isfy them. 

As a result, PALMS’s current trajectory is putting the Department at risk of not 
meeting its goals to perform efficient, accurate, and comprehensive tracking and re- 
porting of training and performance management data across the enterprise; and 
consolidating its 9 learning management systems into 1. Accordingly, it is important 
for DHS to implement our recommendations to: 

• establish a time frame for deciding whether PALMS will be fully deployed at 
the Federal Emergency Management Agency and the U.S. Coast Guard; and 

• determine an alternative approach if the learning and/or performance manage- 
ment capabilities of PALMS are deemed not feasible for U.S. Immigration and 
Customs Enforcement, the Federal Emergency Management Agency, the Trans- 
portation Security Administration, or the U.S. Coast Guard. 

Question 3. Please describe how HRIT implementation, particularly the PALMS 
program, fell short on IT acquisition best practices. What areas should the Depart- 
ment focus on to get the program back on track in the most cost-effective and effi- 
cient manner? 

Answer. The Department did not fully implement several key IT acquisition prac- 
tices on HRIT and PALMS. Specifically, regarding the overall HRIT investment, the 
Department did not: 

• update and maintain a schedule estimate for implementing HRIT’s strategic im- 
provement opportunities; 

• develop a life-cycle cost estimate for the investment; or 

• track all costs incurred on the investment. 

Additionally, for the PALMS program, DHS did not: 

• develop a complete life-cycle cost estimate for the program; 

• maintain a complete and accurate program schedule; 

• monitor total program costs; or 

• implement key risk management practices, such as regularly tracking the sta- 
tus of its risks and mitigation efforts. 

To get HRIT and PALMS back on track in the most cost-effective and efficient 
manner, DHS should promptly address our 14 recommendations that we made on 


‘‘GAO-16-253. 
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each of these areas in our February report.® To begin with, DHS should focus in 
particular on re-evaluating its HRIT strategic planning document (the Human Cap- 
ital Segment Architecture Blueprint) to determine whether the improvement oppor- 
tunities and goals of the plan are still valid and reflective of DHS’s current prior- 
ities. DHS should also re-prioritize the strategic improvement opportunities to en- 
sure that it is investing in and implementing the highest-priority items first. Full 
implementation of our recommendations will help to ensure that the overall invest- 
ment receives necessary oversight and attention, and will help address the ineffec- 
tive management that HRIT and PALMS have experienced to date. 

Question 4. One area GAO attributes to the limited progress of HRIT implementa- 
tion is the lack of involvement from the Executive Steering Committee. Please state 
for this committee how you feel the Executive Steering Committee can assist in 
HRIT implementation, for example, how frequently should they be meeting, how fre- 
quently should they receive status reports on the implementation, etc.? 

Answer. As the HRIT investment’s core oversight and advisory body, the Execu- 
tive Steering Committee can assist HRIT implementation by ensuring the imple- 
mentation of our 14 recommendations, such as being consistently involved in over- 
seeing and advising HRIT and approving key program management documents, in- 
cluding HRIT’s operational plan, schedule, and planned cost estimate. 

Regarding frequency of committee meetings and status reports, consistent with 
DHS’s guidance on oversight of high-risk investments, the committee should be 
meeting and receiving status reports on the HRIT investment at least on a monthly 
basis. DHS’s Capital Planning and Investment Control Guidance specifies that high- 
risk investments are to be reviewed monthly. In our February 2015 High-Risk Re- 
port,® we highlighted the HRIT investment as a high-risk initiative with significant 
issues requiring attention. 

Question 5. GAO lists 1 of out 15 improvement opportunities that DHS fully im- 
plemented by November 2015, the HRIT intake process. Is the Department close to 
full implementation on any of the remaining 14 opportunities? Of the remaining 14, 
which areas should DHS place primary focus? 

Answer. Of the 14 improvement opportunity areas that DHS has not yet fully im- 
plemented, it has partially implemented 5 and has not yet started to work on the 
other 9. Officials did not know when any of these 14 improvement opportunity areas 
would be fully addressed. As we reported in February, DHS has been primarily fo- 
cused on implementing PALMS — which aims to address the performance manage- 
ment improvement opportunity area — rather than initiating additional HRIT stra- 
tegic improvement opportunities. Nevertheless, DHS is still far from fully imple- 
menting this improvement area, as DHS has not determined when the performance 
management capabilities of PALMS will be fully implemented at headquarters and 
at most of the components. 

To determine which improvement areas DHS should focus on going forward, the 
Department needs to first implement our recommendation to re-evaluate HRIT’s 
strategic improvement opportunities to determine whether they are still valid and 
reflective of DHS’s current needs. Once the Department has completed this evalua- 
tion, it should implement our recommendation to re-prioritize the improvement op- 
portunities to determine the highest priority areas. 

Question 6. The Department initiated the HRIT investment in 2003. From 2003 
to 2010, DHS made limited progress on the HRIT investment, as reported by DHS’s 
inspector general. In the IG’s report, 11 recommendations were made to the chief 
human capital officer. We are now in 2016 and still discussing shortcomings in 
HRIT implementation. What is the Department doing wrong? Should its focus be 
shifted in another area? 

Answer. The Department’s neglect of the HRIT investment and lack of implemen- 
tation of key IT acquisition practices, including developing and maintaining a life- 
cycle cost and schedule estimate, have resulted in DHS making very limited 
progress on the investment. In particular, a key cause for the Department’s minimal 
progress in implementing HRIT was the lack of involvement of the HRIT executive 
steering committee — the investment’s core oversight and advisory body. 


5 GAO-16-253. 

® Every 2 years at the start of a new Congress, GAO calls attention to agencies and program 
areas that are high risk due to their vulnerabilities to fraud, waste, abuse, and mismanagement, 
or are most in need of transformation. As part of a new entry into the February 2015 update 
to our High-Risk Series focused on improving the management of IT acquisitions and operations, 
HRIT was identified as an IT investment — among others across the Federal Government — in 
need of the most attention. See GAO, High-Risk Series: An Update, GAO— 15-290 (Washington, 
DC: Feb. 11, 2015). 
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As DHS described in its business justification for the HRIT investment, limita- 
tions in the Department’s human resources environment, including fragmented sys- 
tems and duplicative and paper-hased processes, are compromising the Depart- 
ment’s ability to effectively and efficiently carry out its mission. As such, it is crit- 
ical for the Department to maintain focus on this area and address these issues. 
In particular, the Department needs to make the implementation of our 14 rec- 
ommendations a high priority to help the investment address the long-standing 
issues in DHS’s human resources environment. 

Question 7. GAO cites “unplanned resource changes” as one of the reasons for the 
lack of progress made in the implementation of HRIT. Please describe for the com- 
mittee examples of the resources changes you are referring to. What can the Depart- 
ment do better to fully implement the remaining 14 improvement area opportunities 
in the appropriate rate of time? 

Answer. As we reported in February 2016, DHS elected to dedicate the vast ma- 
jority of HRIT’s resources to implementing PALMS and addressing its problems, 
rather than initiating additional HRIT strategic improvement opportunities. Specifi- 
cally, PALMS — which began in July 2012 — experienced programmatic and technical 
challenges that led to years-long schedule delays. For example, while the PALMS 
system for headquarters was originally planned to be delivered by a vendor in De- 
cember 2013, as of November 2015, the expected delivery date was delayed until the 
end of February 2016 — an over 2-year delay. HRIT officials explained the decision 
to focus primarily on PALMS was due, in part, to the investment’s declining funding 
stream. However, in doing so, attention was concentrated on the immediate issues 
affecting PALMS and diverted from the other goals of HRIT. 

To effectively implement the remaining 14 improvement opportunity areas, DHS 
needs to fully implement our recommendations by taking several key actions, in- 
cluding: 

• ensuring that the HRIT Executive Steering Committee is consistently involved 
in overseeing and advising HRIT, 

• re-evaluating HRIT’s strategic improvement opportunities to determine whether 
they are still valid and reflective of DHS’s current needs, 

• re-prioritizing the improvement opportunities as needed to determine on which 
ones to focus first, 

• developing a complete life-cycle cost estimate, and 

• updating and maintaining a schedule estimate for implementation of the im- 
provement opportunities. 

Question 8. Of the 8 components, 2 components are not currently planning to im- 
plement PALMS and another 2 components are only implementing one of PALMS 
learning capabilities. Based on your review of PALMS, is it necessary for every com- 
ponent to implement the program in order to achieve meiximum success? What im- 
pacts, if any, will the Department see due to its lack of full participation from all 
the components? 

Answer. According to DHS, the Department initiated the PALMS program to im- 
plement an enterprise-wide employee performance management and appraisal solu- 
tion that is to automate the Department’s primarily paper-based performance man- 
agement processes. In addition, PALMS was to provide a system to consolidate 9 
existing learning management systems into 1 system and enable comprehensive 
training reporting and analysis across the Department. Such an approach can save 
resources and ensure consistency across the Department. 

However, as of November 2015, the Federal Emergency Management Agency and 
U.S. Immigration and Customs Enforcement were not yet committed to imple- 
menting the PALMS performance management capabilities, while the Transpor- 
tation Security Administration and the U.S. Coast Guard were not yet committed 
to implementing either of the PALMS learning and performance management capa- 
bilities. As we reported, until these components determine whether they will imple- 
ment the learning and/or performance management capabilities of PALMS, the De- 
partment is at risk of implementing a solution that does not fully address its prob- 
lems. Moreover, until DHS determines an alternative approach if one or both as- 
pects of PALMS is deemed not feasible for all components, the Department is at risk 
of not meeting its goal to enable enterprise-wide tracking and reporting of employee 
learning and performance management. 

Question 9. Given the nature of the HRIT investment, explain to the committee 
the effect this investment’s non-performance has on the capabilities and mission of 
the Department of Homeland Security as a whole. 

Answer. The HRIT investment is intended to address the fragmented systems, du- 
plicative and paper-based processes, and little uniformity of data management prac- 
tices that have plagued the Department since it was first created in 2002. According 
to DHS, these issues with its human resources environment are compromising the 
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Department’s ability to effectively and efficiently carry out its mission. For example, 
according to DHS, reporting and analyzing enterprise human capital data are cur- 
rently time-consuming, labor-intensive, and challenging because the Department’s 
data management largely consists of disconnected, stand-alone systems, with mul- 
tiple data sources for the same content. Additionally, according to DHS, the Depart- 
ment does not have information on all of its employees, which reduces its abilities 
to strategically manage its workforce and best deploy people in support of Homeland 
Security missions. 

Further, the Department’s strategic planning document noted that, based on its 
current human resources environment, DHS, among other things, 

• is unable to support enterprise reporting and has data quality issues; 

• does not have enterprise-level performance information available and lacks 
standardized performance measures across the components; 

• incurs significant costs associated with maintaining 7 different systems for per- 
sonnel action requests, and loses efficiency due to duplicative data entry into 
multiple systems; and 

• does not have a standardized approach to off-boarding at DHS and there are 
time lags before selected systems recognize that an employee has left DHS, 
which poses a risk of security infractions. 

Without successfully implementing HRIT or a similar Department-wide solution, 
DHS will be limited in its ability to address the issues described above. 

Questions From Chairman Scott Perry for Chip Fulghum 

Question 1. Mr. Fulghum’s testimony indicated that DHS made the deliberate de- 
cision to halt other HRIT strategic improvement opportunities in order to pursue 
PALMS. However, GAO’s report indicates that this was not the case. Please explain 
the discrepancy. 

Answer. The GAO Report cites, “DHS elected to dedicate the vast majority of 
HRIT’s resources to implementing PALMS and addressing its problems, rather than 
initiating additional HRIT strategic improvement opportunities” (pg. 18). Addition- 
ally the report cites, “HRIT officials attributed the lack of schedule updates to the 
investment’s focus shifting to the PALMS program when it started experiencing sig- 
nificant schedule delays (pg. 21).” These statements/assertions agree with the testi- 
mony of the DUSM. PALMS implementation was the No. 1 priority of the HRIT pro- 
gram since it began in 2012. 

Question 2. In May 2013, DHS established a blanket purchase agreement that ob- 
ligates funds when orders are placed for each component to use when implementing 
PALMS. This agreement was valued at $95 million. However, GAO reported that 
only a handful of components expected to implement any part of PALMS services. 
As a result of the delayed implementation, has the estimated value increased in the 
last 3 years since the blanket purchase agreement was established? 

Answer. At the time of the ETMS award, based on the schedule included in the 
acquisition and procurement documentation, it was always expected that all compo- 
nents would implement all of the ETMS/PALMS services. Currently, 3 years after 
contract award, PALMS value has limitations that prevent the entire systems’ im- 
plementation. PALMS is comprised of 2 modules; Learning Management and Per- 
formance Management. PALMS deployed in; CBP, HQ, and FLETC in 2016 with 
ICE, CIS, and USSS implementations scheduled for 2016 and includes; only the 
LMS module. The performance management module currently is in pilot and sched- 
uled for full performance evaluation life cycle completion by September 2016. Once 
the system is complete with both modules, then a value assessment of PALMS serv- 
ices can be achieved. 

Question 3. Did any senior officials receive performance compensation/bonuses for 
their management of HRIT at any point? If so, who approved such awards? 

Answer. Yes, senior officials who were responsible for HRIT received performance- 
related compensation based not just on HRIT responsibilities, but on all of the core 
competencies and performance objectives for which they were responsible. Awards 
were recommended by chief human capital officers who are no longer employed at 
DHS. Performance awards for all senior executives must also receive the concur- 
rence of a Performance Review Board (PRB). 

Question 4. DHS reported that HRIT was necessary to address security risks that 
employees separating from the Department pose. Specifically, DHS reported that 
there are no automated triggers that notify when an employee separated from the 
Department and that it relies largely on the initiative of the departing employee to 
make such notification. DHS concluded that this could allow employees access to 
sensitive systems after they have separated from the agency. 

How often do these instances occur? 
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What is DHS’s current “off-boarding” process for employees? 

What steps has the Department taken to mitigate this type of security risk? 

How does the use of multi-factor authentication mitigate this significant problem? 

Answer. DHS is not aware of any specific instances where a departed employee 
has accessed sensitive systems. 

The Department’s progress in multi-factor authentication requires the use of not 
only a DHS-issued badge, but an accompanying pin or other unique identifier. By 
ensuring the badge is turned in as a part of the exit procedures, this eliminates one 
critical element of the multi-factor authentication. 

Each component takes this risk seriously, and monitors internally. As an initia- 
tive under the cyber work within OCIO, the Department is currently conducting a 
pilot to deactivate all departing employees and contractors upon separation. 

DHS components have the flexibility to tailor their individual off-boarding proc- 
esses. These processes typically include a current employee receiving and certifying 
the employee has turned in their equipment, badges, and other DHS-issued equip- 
ment. The components submit the Standard Form 52 to human resources to process 
their separation action in all human resources systems and the badges are turned 
in, and access to DHS offices and systems are inactivated. 

Question 5. GAO reported that DHS made limited progress in achieving its 2 per- 
formance metrics and associated targets for the HRIT program. These included re- 
ducing the number of component-specific human resource IT systems by 46% and 
increasing the number of Department-wide HRIT services by 38% by the end of fis- 
cal year 2016. However, DHS has barely made progress in meeting these goals. How 
realistic are these goals? What specific steps does DHS plan to take to meet these 
targets? 

Answer. We agree that the original performance goals are unrealistic. The Stra- 
tegic Improvement Opportunities (SIOs) are currently under review and are in the 
process of being re-baselined and evaluated by the Executive Steering Committee. 
DHS expects revised performance metrics to be available at the end of June 2016. 

Question 6. Because PALMS encompasses 2 separate projects and delivers 2 dis- 
tinct capabilities, it is easy for progress in one area to appear to count as progress 
in the other area. However, when viewed separately, it is clear that the implementa- 
tion of learning management capabilities has just begun, while performance man- 
agement capabilities have not yet been implemented at all. When does DHS expect 
to fully implement the learning management capabilities of PALMS as well as the 
performance management capabilities? 

Answer. PALMS full functionality is expected to be completed by fiscal year 2017. 
Since addressing the challenges that caused the slowdown, the learning manage- 
ment capabilities of the PALMS system were deployed at Customs and Border Pro- 
tection (CBP) in July 2015; at DHS Headquarters (HQ) in October 2015; and most 
recently at the Federal Law Enforcement Training Center (FLETC) in December 
2015. As such, the PALMS learning management capabilities are fully implemented 
at CBP, HQ, and FLETC. In total, the usage of the PALMS learning management 
module at CBP, HQ, and FLETC has resulted in more than 350,000 course comple- 
tions. Immigration and Customs Enforcement (ICE) is scheduled for deployment in 
the third quarter of fiscal year 2016. U.S. Citizenship and Immigration Services 
(USCIS) and U.S. Secret Service (USSS) are scheduled for deployment in the first 
quarter of fiscal year 2017. The Transportation Security Administration (TSA), Fed- 
eral Emergency Management Agency (FEMA), and the U.S. Coast Guard (USCG) 
are performing their analyses and are on schedule for an implementation decision 
by May 30, 2016. DHS has moved forward with the implementation of the perform- 
ance management capabilities in PALMS, with an initial pilot being conducted with- 
in the Headquarters. This Pilot includes a full year performance evaluation period 
(October through September) Performance Plan development, mid-year reviews, and 
final evaluation. Barring any unforeseen challenges in meeting the requirements, 
this portion of the project remains on track for the delivery of the full operating ca- 
pability per the current schedule of September 2016. 

Question 7. DHS’s effort to field PALMS includes implementing a commercial off- 
the-shelf software product that is to be provided as a service. If the system is a com- 
mercial off-the-shelf system, why is has it been so challenging to implement? To 
what extent did the Department determine the requirements for the system, prior 
to selecting a vendor to deliver the capability? 

Answer. We agree that implementing PALMS has been a challenge to the Depart- 
ment. Invoking a Commercial Off-the-shelf Software (COTS) or Software as a Serv- 
ice (SaaS) — commercially-available software for customers delivered over the web 
means that all component business processes would be standardized since all compo- 
nents would be using the same application. Unfortunately, the business processes 
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for the LMS and Performance Management are performed differently at the compo- 
nent level which caused the delay in implementation. 

Question 8. The HRIT investment is currently rated as being a “medium-risk” in- 
vestment on the Office of Management and Budget’s IT Dashboard; however, this 
rating is representative of only HRIT’s Performance and Learning Management Sys- 
tem (PALMS) and not the entirety of the HRIT investment. Why is this rating not 
representative of the entire HRIT investment, including reflecting the lack of 
progress made to date in implementing HRIT and the lack of a plan to date for how 
to proceed with the investment? 

According to DHS’s guidance, investments that are designated by DHS as being 
“high-risk” are to be evaluated by OCIO on a monthly basis, and “medium-risk” in- 
vestments are to be evaluated on a quarterly basis. Based on the issues reported 
by GAO on HRIT and PALMS, it does not appear as though “medium-risk” is an 
accurate designation. Why is this investment not designated a “high-risk” invest- 
ment? 

Answer. We agree that the HRIT investment, including but not limited to the 
PALMS project, should be designated a high risk and will make the appropriate 
changes. 

Question 9. In January 2015, DHS shifted its IT strategy from acquiring assets 
to acquiring services. According to DHS, this shift will require a significant change 
in DHS’s IT workforce’s skillsets. GAO concluded that this shift will need to be 
closely managed in order to succeed. Why did DHS shift its strategy? What, if any, 
are the impacts on costs? What steps will DHS take to oversee this shift in strategy? 
Who within DHS will own this process? 

Answer. OCIO shifted its strategy to better leverage the open market place for 
the delivery of enterprise systems and services, based in part by the increase in 
FedRamp approved commercial cloud services and offerings, and based on best prac- 
tices learned working with the U.S. Digital Services. 

Based on pilots and early implementations using commercial cloud offerings, 
OCIO anticipates that this shift in strategy will result in lower overall total cost 
and reduce the time for higher-quality services. 

Progress on this shift in strategy will be overseen and managed by the OCIO 
along with its governing hody, the DHS CIO Council. Progress on reduction in costs 
or decrease in time to delivery services will be measured and reported using the 
PortfolioStat process and our Performance Measures Implementation. 

Questions From Ranking Member Bonnie Watson Coleman for Angela Bailey 

Question 1. The Department has identified a wide range of human capital needs, 
particularly the size of the workforce, its deployment across the Department and 
components, and the knowledge, skills, abilities, and diversity needed within the 
workforce. However, as of September 2015, DHS had yet to fully implement a work- 
force-planning model to properly plan for current and future organizational and 
workforce needs. Please describe for the committee the current time line for com- 
pleting a comprehensive workforce plan. What areas do you anticipate being pri- 
mary areas of focus, whether it be hiring needs, employee morale improvement, and/ 
or diversity? 

Answer. Response was not received at the time of publication. 

Question 2. In 2011, the Department established a human capital strategic plan 
and has made some progress in its implementation. However, the Department has 
considerable work ahead to improve employee morale, which has decreased each 
year since the plan was implemented in 2011. Please describe to the committee 
what you’ve done to address employee morale since your appointment and how you 
plan on addressing it further in the future? 

Answer. Response was not received at the time of publication. 

Question 3. PALMS intended to provide an enterprise-wide system that offers per- 
formance management capabilities as well as learning management capabilities to 
headquarters and each of its components. However, there is uncertainty about 
whether the PALMS system will be used Department-wide to accomplish these 
goals. Of the 8 components, 2 components are not currently planning to implement 
PALMS and another 2 components are only implementing one of PALMS learning 
capabilities. Can PALMS be beneficial to the Department if every component does 
not implement the software? If the goal is to provide across-the-board performance 
management, is that even possible without each component’s involvement? 

Answer. Response was not received at the time of publication. 

Question 4. One particular area in the 15 strategic improvement opportunities ad- 
dresses end-to-end hiring, a seamless, efficient, and transparent hiring process. Ac- 
cording to GAO, this area has not even been partially implemented by the Depart- 
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ment, which may have resulted in delayed hiring. Please provide the committee 
with an update on this improvement area and your plan to ensure its full implemen- 
tation as quickly as possible. 

Answer. Response was not received at the time of publication. 

Question 5. In 2015, the Department shifted its IT paradigm from acquiring as- 
sets to acquiring services. This shift will require a major transition in the skill sets 
of DHS’s IT workforce. The Department will need to effectively hire, train, and man- 
age those new skill sets. Please provide your strategy in addressing the Depart- 
ment’s new focus on services, discussing in particular recruitment and retention ef- 
forts. 

Answer. Response was not received at the time of publication. 

Question 6. According to GAO, the PALMS PMO, which is responsible for over- 
seeing the PALMS implementation projects across DHS, conducted reviews to mon- 
itor the program’s performance, but did not consistently document the results of the 
program’s progress and milestone reviews. Please update the committee on the sta- 
tus of PALMS, particularly its performance in milestone and progress reviews. Do 
you still believe PALMS will be beneficial for the Department’s tracking of per- 
sonnel performance? 

Answer. Response was not received at the time of publication. 

Question 7. According to the GAO report, DHS’s off-boarding process poses an un- 
acceptably high risk of security infractions, including former employees continuing 
to log on to the network, use email accounts, and access information that is consid- 
ered off-limits to the general public, due to its paper-based and manual process. 
Please tell the committee what steps have been implemented to improve the off- 
boarding process. What is the length of time former employees maintain system cre- 
dentials? 

Answer. Response was not received at the time of publication. 

Question 8. The Office of Personnel Management’s Federal Employee Viewpoint 
Survey data continues to show that DHS’s scores steadily decrease in all four di- 
mensions of the survey’s index for human capital accountability and assessment. Do 
you believe the PALMS program will assist in employee morale and accountability? 
What other areas do you feel can help improve morale at the Department? 

Answer. Response was not received at the time of publication. 

Question 9. This committee has asked DHS components and the Inspector General 
questions about personnel data. Some of these questions could not be answered 
mainly because DHS did not have the data. What are you doing in your capacity 
as chief human capital officer to ensure that the components with which you are 
working are now keeping the adequate records to track personnel data? 

Answer. Response was not received at the time of publication. 

Question 10. This committee understands that a bulk of reforming the HRIT in- 
vestment has been delegated to the chief information officer, who was not present 
for the hearing. Since you have been named chief human capital officer, have you 
been able to give your input into reforming the HRIT investment? What type of 
input have you given and when do you expect the committee to see improvements? 

Answer. Response was not received at the time of publication. 
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